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Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs Schedule: RIDOT publishes an updated schedule to identify key milestones 
for the life of the project. Initial budget reflects the budget at the time the for a project. Advertise is when the contract documents are complete and 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) the project is advertised for bids. Notice to Proceed (NTP) is when the 
was provided to the Contractor. If Initial Budget is blank it is because the construction contract is awarded and work may commence (the date of 
project is pre-NTP. Projected budget is the current budget at the close of the purchase order). Site Active estimates when construction activities will 
the current quarter. Difference displays any variance (+/-) between the physically begin for the project. Complete identifies the point in time at 
Initial Budget and the Projected Budget. Projects trending under budget which the project may be deemed substantially complete, and ready for use 


will be highlighted in green, those trending over budget will be highlighted by the general public. Completed phases will be shown in italics with 
darkened fields. Status identifies the current phase the project is in: Design, 


Advertise, In Construction, & Substantially Complete. 


red. 


Spent: Provides the actual values billed to the project to date. 


Route 107 1R Improvements 


Budget Spent Schedule 
Initial Projected Difference To Date Status Advertise NTP Site Active Complete 

Design S 0.4 S$ 0.4 = 5 - S 0.1 In Construction Oct-15 Mar-16 NA Apr-17 
Construction $ 26 $ 26 $ - S$ - _ Performance 

~ Other iS 14 $5 14 S$ - S 0.2 | Anticipated Completion at NTP Apr-17 
Contingency $ 0.2 S$ 0.2 = 5 - S - | # of Months Late 
Total $ 45 $ 45|$ - $ 03 4 % Construction Change Orders: 0% - 
PTSID: 0076N | | Design as percent of Construction: 15% 
Type: Pavement L Other as percent of Construction: 54% 


Design: Includes costs for design contractor/consultant 
Construction: Includes costs for construction contractor setvices 
Other: Includes costs for right-of-way acquisitions, utility work, 

project oversight 
Contingency: Budgeted value to be utilized to address unfores 
issues. Contingency value is a reflection of the risk remaining on th 


Performance 

Anticipated Completion at NTP: Identifies the substantial completion 
date which was established at the Notice to Proceed (NTP) phase 

# of Months Late: Displays the difference between the Anticipated 
; Completion at NTP with the current Schedule Complete date. Positive 
project. ; . . ; values indicate that the project is behind schedule and are highlighted red; 
Budget Contingency: At notice to proceed, budget contingency is negative values indicate that the project is ahead of schedule and are 
typically set at 5% of low bid. highlighted green. 


Schedule Contingency: At notice to proceed, schedule contingency is % Construction Change Orders: Ratio of the value of approved change 
typically set at 10% of the contract duration. Deviations from this Siar 
Heed d ’ hutd wi a orders versus the original contract award value 
stan SIG May SORUrGNe LO MINE SMUCaOW i: Iver ‘ ues ane Design as percent of Construction: Ratio of the budget values for Design 
typically takes place from December 15 from April 15 but is weather- 4 
d d versus Construction 
ependent. Other as percent of Construction: Ratio of the budget values for Other costs 


Total budget estimate to deliver the project for producing the project versus Construction. 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s systems to track schedule, budget and asset related activities. 

Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) 
Comingled Design: Historical financial information for Design costs were not tracked to the project level. As of 2015, all new Design contract costs are tracked to each 
individual project, and RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not 
possible to identify design costs at the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. 
Design Build Contracts - Design build contract funding allocation appears as follows: Design consultants that generate the Advertising documents will be reflected in 
the Design ne, the Contractor/Design team will be reflected as one total in the Construction line. Additionally, the time for a design-build contract to be awarded 
from advertisement to NTP is anticipated to take between 6-8 months. 

Note: All dollar values are in millions and rounded to the nearest $100,000.00. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


On Time On Budget Change Orders 
Status Color Status Color Range 


On-Time On-Time 0-5% 
0-6 months behind Over Budget 5-10% 


6-12 months behind 10%+ 
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Project Summary Lists 
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Changes from Last Quarter 
Changes to Schedule this Quarter...........scesscesesseeeeeeeceeeeeseceseeeecesaneeeeeeaneesaeeeeeeesaaesaaecaaeeeaaeesaeseaaeseeaeeneatenaeenaneeeas A-54 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 9500A 


Design 
Construction 
Other 

Contingency 
Total 
PTSID: 0163/ 


Design 
Construction 
Other 
Contingency 
Total 


PTSID: 0153C 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0144B 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0049M 


Budget Spent 

Initial Projected Difference To Date 
NA $0.008 NA ($0.001) 

$1.500 $1.570 $0.070 $1.288 
NA $0.979 NA $0.829 

$0.085 $0.000 (S0.085) $0.000 
NA $2.556 $2.116 

TYPE: BRIDGE v| Legacy 


Budget Spent 

Initial Projected Difference To Date 

NA $0.002 NA ($0.002) 

52.600 52.804 $0.204 $2.795 

NA $1.738 NA $1.863 

$0.130 $0.000 0.130 
NA $4.544 
TYPE: BRIDGE 


Budget Spent 

Initial Projected Difference To Date 
NA $0.203 NA $0.116 
$15.300 $15.956 $0.656 $15.460 
NA 53.115 NA $2.951 
$0.765 $0.000 ($0.765) $0.000 
_ NA $19.274 $18.526 

TYPE: BRIDGE v| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA S0.164 NA $0.156 
$8.447 $8.500 $0.053 $8.424 
NA $2.490 NA $2.600 
$0.422 $0.000 (S0.422) $0.000 
_NA $11.154 $11.181 
TYPE: BRIDGE lw| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $6.220 NA $0.000 
$4.657 $4.843 $0186 $4.841 
NA $1.512 NA $0.550 
$0.233 $0.000 (S0.233) $0.000 
NA $12.575 $5.390 
TYPE: BRIDGE v| Legacy 


Advertise NTP Complete 
Schedule: [01-Feb-12 | 04-Apr-13 | 25-May-17 
Anticipated Completion at NTP: 31-Oct-14 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 62% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 29-Feb-16 
# of months late: 
% Construction Change Order: 12% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 62% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-17 
# of months late: 
% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 20% 


Complete 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: -2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 29% 


Advertise NTP 


Complete 


Schedule: [L21-Jul-14 [19-Aug-14 | 31-Dec-15 | 
Anticipated Completion at NTP: 31-Jul-16 
# of months late: 
% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 31% 


FFY14 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Oct-12 | 24-Jan-13 [18-Jul-17 | 
Design NA $4.175 NA $2.152 
Construction $68.931  $74.449 $5.518 $73.604 Anticipated Completion at NTP: 31-Mar-16 
Other NA $24.766 NA $25.007 op Pelare: 
Contingency $3.447 $1.212 OE On eres 
Total NA $104.602 : % Construction Change Order: 15% 
ct = Design as Percent of Construction: NA 
pibib: bores TOPE BRIDGE Other as Percent of Construction: 33% 
ee eee eee 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [26-Mar-14 | 12-Jun-14 | 17-J | 
Design NA $0.000 NA $0.000 
Construction $2.181 $1.533 ($0.648) $1.546 ae ; 
Other NA $1.002 NA $0.377 ple dearer a aU 30-Sep-16 
Contingency $0.109 $0.000 (S0.109) $0.000 oF Construction Change Order “29% 
Toe! aia 92.534 31.922 Design as Percent of Construction: NA 
BIpIREapver IES OPERATING vite Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA (S0.006) 
Construction $1.641 $0.879 ($0.762) $0.850 Anticipated’ com plevianat NIP: BUDeeie 
Other NA $0.119 NA (S0.142) S SFRORTNG Ate: 
Contingency $0.082 $0.000 (S0.082) $0.000 cAcant cnet crenee Onder "18% 
Uel ua 30.998 30,702 Design as Percent of Construction: NA 
Bs eee le w|Legacy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction $0.700  $0.505 ($0.195) $0.505 AnticipatediCom pletion at NTP: 4o-Nayas 
Other NA S0.110 NA $0.091 + ofrnonths late: 
Contingency $0.033 $0.000 (S0.033) $0.000 82 Construction Change Order “23% 
i ia 30.615 30.596 Design as Percent of Construction: NA 
eae TYRE Ere NG 7 ibegacy Other as Percent of Construction: 22% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Mar-14 | 09-Jul-14 [20-Oct-17 
Design NA $9.714 NA $7.035 
Construction $29.489 $29.800 $0.311 $27.753 _ . ; 
Other NA $30.569 NA $28,215 aie einer aL aaa aCe: SENNA 
Contingency $1.474 $0.917 (S0.557) $0.000 a. Concthiclan cadnee Gide: 3% 
Total uN 371.000 363.003 Design as Percent of Construction: 33% 
ESI Diese IEE ewe MeNvE Legacy Other as Percent of Construction: 103% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [15-Nov-13 | 26-Feb-14 | 30-Nov-16 | 
Design NA $0.000 NA $0.000 
Construction $0.803 $0.811 $0.008  $0.624 Anticipated Completion at NTP: 31-Mar-17 
Other _NA S0.477 NA S0.477 eae montne ate: 
Contingency $0.040 $0.000 (S0.040) $0.000 Or Gone ncton Ghanee Order 19 
ora aN $1,288 $1.100 Design as Percent of Construction: NA 
PIELER UMS lee a vee Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.001 NA $0.001 
Construction $3.710 $3.884  $0.174 $3.386 es : ; 
Other "NA $1,545 NA $1.535 ee at NTP: 31-Dec-15 
Contingency $0.185 $0.000 (S$0.185) $0.000 ecRemuiGn Chane Sen 1% 
Lisl MA 35.430 34.922 Design as Percent of Construction: NA 
PUSID: E726 TPE ER MEMENT wf ileeacy Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction $0.675 $0.695  $0.020 $0.569 a : ; 
One "NA $0,309 NA 60.184 ae aa at NTP: 30-Jun-15 
Contingency $0.034 $0.001  (S0.033) $0.000 Se eet a Chet Onler 3% 
hata la 31.005 30.753 Design as Percent of Construction: NA 
FINS 2 LSS UNE Gael a ae Other as Percent of Construction: 44% 
iaececuarie 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Aug-14 | 24-Dec-14 | 17-Apr-16 
Design NA $0.326 NA $0.249 
Construction $6.926 $6.927. $0.001 $6.470 - ; : 
Other "NA §2.049 NA $2.177 panel laa, at NTP: 31-Jul-16 
Contingency S0.346 $0.010 (50.336) $0.000 Be Canciiuction Change Order 1% 
oe! fa 39.311 38.896 Design as Percent of Construction: NA 
pial Dieeoee TWEE: TAP/OUHER 7 \tegaty Other as Percent of Construction: 30% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [18-Jun-14 | 23-Sep-14 | 01-Feb-16 
Design NA $0.000 NA ($0.001) 
Construction $2.423 $2.573 $0.150 $2.475 _ . ; 
Other "NA $1,324 NA $1.294 be nares oh aaa at NTP: 30-Nov-15 
Contingency $0.121 $0.000 0.121) $0.000 @ Conethucton Gidnee Gide: 6% 
Jou! aM 33.897 33.769 Design as Percent of Construction: NA 
PistDy OTS2 Pee, Ure ee wf ilegacy Other as Percent of Construction: 51% 


Budget Spent 

Initial Projected Difference To Date 
Design NA $0.000 NA $0.000 
Construction $0.649 $0.649 $0.000 $0.541 
Other NA S0.639 NA S0.603 
Contingency $0.032 S$0.000 (S0.032) $0.000 
Total NA $1.288 $1.144 
PTSID: 0058L TYPE: TRAFFIC v|Legacy 


Schedule: 


Budget Spent 

Initial Projected Difference To Date 

Design NA $0.000 NA ($0.001) 

Construction $2.319 $2.319 $0.000 $2.286 

Other NA 50.530 NA $0.458 

Contingency $0.000 $0.000  $0.000 $0.000 

Total _NA $2.849 $2.743 
PTSID: 0122H TYPE: TRAFFIC lv| Legacy 
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Advertise NTP Complete 


Anticipated Completion at NTP: 
# of months late: 

% Construction Change Order: 
Design as Percent of Construction: NA 
Other as Percent of Construction: 98% 


Schedule: 
Anticipated Completion at NTP: 31-Dec-15 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 23% 
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BRIDGE 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [L18—Sep-15 01-Nov-16 
Design NA $0.090 NA $0.069 
Construction $2.100 $2.100 $0.000 $1.900 a ; ; 
Other "NA $1,042 NA $1.052 i aloe ear a daa at NTP: 31-Jul-17 
Contingency $0.100 $0.003 (S0.097) $0.000 BA eoneROedion CHanee Cider 33% 
foe! A $3.235 33.022 Design as Percent of Construction: NA 
pisIDE OEer PE PRISE v|Legacy Other as Percent of Construction: 50% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $0.065 NA $0.018 
Construction $0.550  $0.458 ($0.092) $0.387 Anticinatedieompletionrat NIP: SOMES 
Other NA $0.325 NA $0.353 WermG nthe ate: 
Contingency 50.049 $0.000 (S0.049) $0.000 On CaAceiiction hanes Order: "8% 
ioral ne $0.848 30.758 Design as Percent of Construction: NA 
PELE HILO? EE Pale Vie Other as Percent of Construction: 71% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.425 NA $0.402 
Construction $14.000 $12.500 ($1.500) $11.981 Anticinated Complétionat NTP: 31-Jul-17 
Other _NA 52.188 NA $1.789 # oemonths late: 
Contingency $0.700 $0.000 (S0.700) $0.000 ae Canceniction change Gis "79% 
Total _NA $15.113 $14,171 Design as Percent of Construction: NA 
i ee EES EBIDGE wileeaey Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.133 NA $0.109 
Construction $6.200 $7.239 $1.039 $7.239 ae ; ; 
Other "NA $1.608 NA §1.600 ed oes at at NTP: 31-Dec-16 
Contingency $0.313 $0.000 0.313) $0.000 A neers Grange Grier 17% 
Use aA 38.980 Design as Percent of Construction: NA 
Pisip ott TYPE BRIDGE Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: L5 zs 
Design NA $0.110 NA $0.066 
Construction $2.208 $2.528  $0.320 $2.579 oe : ; 
Other "NA $1.035 NA $1.297 Anticipated EOMpletion at NTP: 31-Jul-17 
Contingency §0.110 $0,000 $0.000 g OF MOREE: 
Total NA $3.673 $3.942 % Construction Change Order: 31% 
al - : - Design as Percent of Construction: NA 
pleipeean TIRES BRIDGE vitegacy Other as Percent of Construction: 41% 


FFY15 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [L08-May-15 | 29-Jul-15 [| 21-Nov-16 | 
Design NA $0.103 NA $0.030 
Construction $10.891  $10.569 ($0.322) $9.935 Anticinatedicomplctonrae nip: a1 peeie 
Other NA $2.532 NA $2.606 ig Greener iar: 
Contingency $0.545 $0.000 (S0.545) $0.000 OF Gene niction caanee Orden "1% 
oral tls $13.204 912.571 Design as Percent of Construction: NA 
FISHES EN URES ENIENSE iY Eee Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.595 NA $0.311 
Construction $5.600 $5.862 $0.262 $5.849 es : ; 
Oiler NA $2,685 NA $2.836 ill ero aaa at NTP: 31-Dec-17 
Contingency $0.280 $0.000 (S0.280) $0.000 oF Construction Chane Sen 10% 
Lids _NA 39.142 38.995 Design as Percent of Construction: NA 
ElpIDs Uzesr EE DERIDSE vi Legacy Other as Percent of Construction: 46% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: L05-Nov-14 
Design NA $0.225 NA $0.037 
Construction $5.600 $5.794 $0.194 $5.663 mimicinated Corieletlonrannine: 30-Nov-16 
Other NA $1.215 NA $1.993 # of months late: 
Contingency $0.280 $0.562 0.282 $0.000 SAGAR EIEEEG Grenee Onlen 3% 
kata! Me 37.796 Design as Percent of Construction: NA 
EGE NDE BRIDGE APS) Other as Percent of Construction: 21% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Jun-15 ]| 06-Oct-15 | 28-Oct-. 
Design NA $0.050 NA $0.051 
Construction $4.300 $3.956  (S0.344) $4.009 a , ; 
Gina: NA $1.256 NA $1,331 incase or daca at NTP: 30-Nov-16 
Sr al ae ae ($0.213) ae % Construction Change Order: 3% 
. - : Design as Percent of Construction: NA 
ESipEOiay TPES PRIDEE wv iLepacy Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.075 NA $0.026 
Construction $2.200 $2.061  (S0.139) $2.063 Anticipated Completion at NTP: a oeeiG 
Other NA $0.612 NA S0.675 # of montis late: 
pan esa ae ee (50.064) oes % Construction Change Order: -3% 
: - - Design as Percent of Construction: NA 
Siete UES: a Other as Percent of Construction: 30% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [15-Oct-14 | 14-Jun-15 | 17-Jun-16 | 
Design NA $0.800 NA $0.725 
Construction $2.200 $2.219 $0.019 $2.178 Anticloated Completion ‘at NTP: 31-Aug-16 
Other NA $0.954 NA $0.907 et cathe inte: 
Contingency $0.110 $0.000 (S$0.110) $0.000 BE Canehiiction Change Grace: 5% 
roe Sli $3.973 33.810 Design as Percent of Construction: NA 
plas yeore TYPE, ERIDSE viLegacy Other as Percent of Construction: 43% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Jun-15 | 25-Aug-15_ 
Design NA $0.000 NA $0.000 
Construction $0.173 $0.220 $0.047 $0.200 ea : ; 
Other "NA $0,058 NA $0,048 ple nde a a at NTP: 31-Oct-15 
Contingency $0.009 $0.000 0.009) $0.000 ae Conctnicton Change Order 13% 
Toe! a 30.278 30.248 Design as Percent of Construction: NA 
peewee EES OPERATING witeeecy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L28-Feb-15 | 12-May-15 | 31-Oct-16 
Design NA $0.000 NA $0.000 
Construction $2.320 $1.602  ($0.718) $1.572 ae : ; 
othe: NA $0,528 NA 60.491 ap aaNet at NTP: 31-Dec-16 
Contingency $0.116 $0.000 (S$0.116) $0.000 cAcant cnet crenee Onder "31% 
ioral Ns 92.129 32.063 Design as Percent of Construction: NA 
IS ee Seale NEE COEERAIING AN Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction $2.043 $2.078  $0.035 $1.950 - : ; 
Other "NA $0.245 NA $0,255 panel aaa at NTP: 31-Dec-16 
Contingency $0.102 $0.008  (S0.094) $0.000 BL CoReehucion Change Gules "50 
toe! fue 32.331 32.205 Design as Percent of Construction: NA 
piel: esew GER Geren viteeeey Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction $1.303 $1.588  $0.285 $1.520 oe : ; 
Other NA $0.137 NA $0.116 eae ere OM che Seats 
Contingency $0.065 $0.000 0.065) $0.000 CrConenUcHOn cranee omen 16% 
Total ane 31.725 31.636 Design as Percent of Construction: NA 
ETSIDSQORGR NEE CPERSIING Other as Percent of Construction: 9% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [21-Nov-14 | 25-Mar-15 | 12-Jul-17 

Design NA $0.000 NA ($0.001) 
Construction $5.800 $6.600 $0.800 $5.943 Anticipated Completioncat NIE: 31-Aug-17 
Other _NA $1.929 NA $1.842 # of He late: 
Contingency 0.290  $0.000 peMlenia niles 
Total NA $8.529 % Construction Change Order: 17% 
— - - Design as Percent of Construction: NA 
ElSID? ial TEES PENEMENT wvileeacy Other as Percent of Construction: 29% 


Budget Spent Advertise NTP Complete 


Initial Projected Difference To Date Schedule: 
Design NA $0.060 NA $0.025 
Construction $3.900 $3.457 ($0.443) $3.484 Anticipated Completian’at NIE: BUSeTEIe 
Other NA $1.368 NA $1.429 et preg fF al 
Contingency $0.200 $0.000 (S0.200) $0.000 eaeeeurcae Grange Oren "3% 
UgEl aNé 34.885 34.939 Design as Percent of Construction: NA 
eos NRE EEN! aS Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.059 NA $0.052 
Construction $1.343 $1.270  ($0.073) $1.154 = A ; 
Other "NA 60.547 NA $0.550 osname at NTP: 30-Nov-15 
Contingency $0.069 $0.000 (S0.069) $0.000 af Construction Change Order: 0% 
fot! 6 31.876 S1757 Design as Percent of Construction: NA 
Pipe Ureek INES EY EVEN iteeacy Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [29-May-15 | 20-Aug-15 
Design NA $0.000 NA ($0.001) 
Construction $2.441 $2.258  ($0.183) $2.256 = : : 
Other “NA $1033 NA  §1.034 SLi iors oe ead eee 31-May-16 
Contingency $0.122 $0.000 (S$0.122) $0.000 arrogance Grane Order "50% 
otal aNe 33.291 33.290 Design as Percent of Construction: NA 
RIEL Dt (BILE Ea EEE vy |Legacy Other as Percent of Construction: 46% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L06-May-15 | 31-Aug- 7 
Design NA $0.076 NA $0.010 
Construction $5.163 $5.507. $0.344 $5.424 ~ : ; 
Other “NA $0.745 NA §0.682 fle ar va a Bent 31-May-16 
Contingency $0.258 S0.000 0.258) $0.000 iF Gane tIeiGn Chane Order 7% 
us) NA 36.328 36.115 Design as Percent of Construction: NA 
ENB eheey TEE ew ENIENT Other as Percent of Construction: 14% 


FFY15 


Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [24-Jun-15 [01-Sep-15 | 01-May-16 | 
Design NA $0.000 NA $0.018 
Construction $1.449 $1.487 $0.038  $1.407 Anticipated Completion at NTP: 30-Jun-16 
Other NA $0.385 NA $0.623 toh ena ntie late: 
Contingency $0.072 $0.033 (S0.039) $0.000 OF Gene niction Ghanee Order 19% 
Ue an $1.905 $2.048 Design as Percent of Construction: NA 
RIEL Eb Ol) UINGES Ste HEN iv Eee Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction $0.749 $0.755 $0.006 $0.631 es : ; 
Oiler "NA 60.611 NA 60.718 ll ere aaa at NTP: 30-Nov-15 
Contingency $0.049 $0.000 (S0.049) $0.000 ecRemuiGn Chane Sen 1% 
gor JNA 31.366 31.348 Design as Percent of Construction: NA 
ESPs esa SE ew EEN vj Legacy Other as Percent of Construction: 81% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.186 NA $0.034 
Construction $6.008 $5.537 (S0.471) $4.884 Anticipated Completion at NIP: BOSE 
Other _NA $1.249 NA $1.238 # of months late: 
Contingency $0.300 $0.000 (S0.300) $0.000 SAGAR EIEEEG Grenee Onlen "16% 
hata es $6.972 36.156 Design as Percent of Construction: NA 
Bear ESPEN) Eee Other as Percent of Construction: 23% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.050 NA $0.000 
Construction $7.305 $7.305  $0.000 $6.334 = , ; 
Other NA $1.904 NA $1.677 since on daca Ae: eel Pea 
a oe age. (50.063) ae % Construction Change Order: 1% 
= - : : Design as Percent of Construction: NA 
EASID: 00786 EE ve Merit wv iPenary Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [10-Jul-15 | 03-Dec-15 | 17-Sep-16 
Design NA $0.007 NA $0.007 
Construction $4.130 $3.910  ($0.220) $3.910 i : ; 
Other "NA $0.710 NA $0,709 du cuanre tr UU as at NTP: 31-Oct-16 
masa ene eee (30.204) Stee % Construction Change Order: -5% 
= : - Design as Percent of Construction: NA 
RIEU Ee HEB (BIE ea J eae Other as Percent of Construction: 18% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173N 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0172B 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA ($0.001) 
$1.900 $1.607  (S0.293) $1.607 
NA S0.708 NA S0.708 
$0.095 $0.000 (S0.095) $0.000 
NA $2.315 $2.314 
TYPE: PAVEMENT v| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA S0.077 NA $0.025 
$3.467 $3.407 ($0.060) $2.837 
_NA $1.520 NA $1.611 
$0.173 $0.000 (S0.173) $0.000 
NA $5.004 $4.473 
TYPE: PAVEMENT lw| Legacy 


FFY15 


Complete 


Advertise NTP 


Schedule: [01-Apr-15 J 21-Jul-15 [17-May-16 | 
Anticipated Completion at NTP: 30-Jun-16 
# of months late: 
% Construction Change Order: -2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 44% 


Advertise NTP 


Complete 


Schedule: [28=Sep=15 ] 04=Nov= 
Anticipated Completion at NTP: 30-Nov-16 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 45% 


lanans ER 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 9603B 


TRAFFIC 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0011C 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0102H 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA ($0.001) 
$1.494 $1.524  $0.030 $1.414 
_NA $0.427 NA $0.416 
$0.075 $0.000 (S0.075) $0.000 
NA $1.951 $1.829 
TYPE: TAP/OTHER v| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA $0.000 
$2.418 $2.418 $0.000 $1.893 
NA 50.830 NA $0.602 
$0.121 $0.035  ($0.086) $0.000 
NA $3.283 $2.496 
TYPE: TRAFFIC v| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.133 NA $0.119 
$1.244 $1.190 (S0.054) $0.950 
NA $0.524 NA $0.492 
$0.062 $0.000 (S0.062) $0.000 
NA $1.847 $1.562 
TYPE: TRAFFIC lv) Legacy 


Schedule: 


Complete 


Schedule: [29-Oct-14 | 28-Jan-15 | 17-Oct-15 
Anticipated Completion at NTP: 30-Nov-15 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 28% 


Advertise NTP 


Complete 


Schedule: [31=Dec-14 
Anticipated Completion at NTP: 31-Aug-16 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 34% 


Etta. (Latah Paras 


amie 


Advertise NTP Complete 


Anticipated Completion at NTP: 
# of months late: 


% Construction Change Order: 0% 
Design as Percent of Construction: 11% 
Other as Percent of Construction: 44% 


FFY15 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [13—Max 0. é 
Design NA $0.011 NA $0.014 
Construction $1.622 $1.622 $0.000 $1.491 Anticipated Completion ‘at NTP: 31-Jul-16 
Other _NA S0.762 NA S0.724 dor manths late: 
oc oad rere (30.024) pes % Construction Change Order: -2% 
- : . Design as Percent of Construction: NA 
eisIbe eres IRE) Nene wf iLegacy Other as Percent of Construction: A7% 


FFY 2016 PROJECTS 
Insert A 


FFY16 


FFY16 
EES 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.171 $0.186 $0.015 $0.141 
Construction $5.700 $5.829 $0.129 $4.876 Be ; ; spate 
Other $1.885  $1.819 ($0.066) $1.938 i alerted Bent: 31-Aug-18 
Contingency $0.431 $0.353 ($0.078) $0.000 Panera CHanee Cider 19% 
Total 38.187 $8.187 36.954 Design as Percent of Construction: 3% 
PISIDE tssy DEE PRIEGE Legacy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-16 | 19-Sep-16 } 09 
Design $0.400 $0.451 $0.051 $0.386 
Construction $2.400 $2.440 S$0.040 $2.157 ape : : . r 
Other $1.376  $1.305 (§0.071) $0.933 pa aee eee alc) BUN: 31-May-18 
Contingency $0.100 $0.080  (S0.020) $0.000 oon eTeron hanes Order: 5% 
ioral 34.276 34.276 33.476 Design as Percent of Construction: 18% 
Ee ne UME PIES BoEey Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-16 | 02-Mar-17. 
Design $0.275 $0.479 $0.204 $0.232 
Construction $4.900 $4.900  $0.000 $1.591 a . ; ee 
Other $3.970  $3.856 (0.114) $0.750 Ue aL PON a aie 31-May-21 
Contingency $0.245 $0.155  (S0.090) $0.000 te Concthicdan change Gis 19% 
Total $9.390 $9.390 $2.573 Design as Percent of Construction: 10% 
rislD, oie IDE: BRIDGE begacy Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.310 $0.385 $0.075 $0.173 
Construction $5.000 $5.000 $0.000 $3.421 ae ; ; ree 
Other $2167  §2.104 ($0.063) $0.810 md esis at ae ne 31-May-18 
Contingency $0.263 $0.250  (S0.013) $0.000 Peneees Grange Grier 7% 
hotal 37.739 37.739 34.404 Design as Percent of Construction: 8% 
PUES OMe IRE: MIPS peeacy Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [LC 1641 
Design $0.166 $0.141 (S0.025) $0.102 
Construction $3.375 $3.375 $0.000 $1.731 oe ; ; ie 
Other $2.824  §3.649 0.825 $2.060 ieee Ss ants 31-Aug-18 
Contingency $0.126 $0.176  $0.050 $0.000 Ws PenCtHIGHG Chanee Orde 0% 
Total 36.491 97.341 33.892 Design as Percent of Construction: 4% 
Ei Ue TYRES BRIDGE ESeaey Other as Percent of Construction: 108% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-16 
Design S0.400 S0.430 50.030 $0.373 
Construction $1.205 $1.205  $0.000 $1.096 ue : ; ete 
Other $1,142 $1118 ($0.024) $0.757 are a eee St Nie SLC RIENELS 
Contingency S0.060 $0.054  (S0.006) $0.000 or Gone ncHon Ghanee Order 3% 
uel $2,807 $2.807 $2,226 Design as Percent of Construction: 36% 
Mee One UNIRES ENIENE peeacy Other as Percent of Construction: 93% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-16 | 22-Dec-16 
Design $0.350 $0.375 $0.025 $0.081 
Construction $2.629 $2.709  $0.079 $2.330 ee , ; on 
Other $1615 $1,620  §0.005 §0.907 ll eee aaa BENE: 31-May-12 
Contingency $0.131 $0.022  (S0.110) $0.000 EGR IGA chanee Sider: 3% 
Total 34.726 34.726 $3.319 Design as Percent of Construction: 14% 
PTSID: 01718 NPE? nls beealy Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28=Sep i 
Design $2.516 $2.516 $0.000 $0.632 
Construction $9.387 $9.387. $0.000 $6.554 a ; ; ate 
Other $2.675  §2.672  ($0.003) $0.735 Lea ae acne: tlle 
Contingency $0.469 $0.469 $0.000 $0.000 SCR eRnee Grenee Onlen 19% 
kata 315,047 _$15.044 37.921 Design as Percent of Construction: 27% 
Eran EEE RIESE beeacy: Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [21-Jul-16 | 15-Nov-16 | 11-May-18 
Design $0.859 S0.934 S0.075 $0.425 
Construction $5.700 55.700 $0.000 $5.477 = ; ; rere 
Other $2.031  $1.985 ($0.047) $0.814 incase or diame Aen aia 
Contingency $0.285 $0.257 (S0.029) $0.000 9% Construction Change Order: 14% 
pel 38.875 38.875 36.716 Design as Percent of Construction: 16% 
EIDE Osa TDE: PRIEGE EeBary Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [01-Mar-16 | 01-Jul-16 [04-Oct-17 
Design $0.895 $0.916  $0.021 S$0.856 
Construction $8.168 $8.168 $0.000 $8.182 a : ; pa 
Other §2.294  §2.295  §0.001 —_$2.009 ad ucuianen er Ue a AE ISIE 31-Oct-17 
Contingency $0.385 $0.363 ($0.022) $0.000 eeonerncian Chance Grier 8% 
otal 311.742 __ 911.742 311.047 Design as Percent of Construction: 11% 
BEB aasek CREE RIESE beeecy Other as Percent of Construction: 28% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.23-Sep-16 | 21-Dec-16 | 20-Nov-17 | 
Design $0.180 $0.213 $0.033 $0.195 
Construction $1.927 $2.031 $0.104 $2.050 oo : ; aes 
Other $1.040  $0.993  ($0.047) $0.574 see BeNIe: 31-Dec-17 
Contingency $0.096 $0.005 (S0.091) $0.000 Construction Change Order: 11% 
Total $3.243 $3.243 $2.819 Design as Percent of Construction: 10% 
PESID: OOr2t TIRE: BRIDGE Legacy Other as Percent of Construction: 49% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [26-May-16 | 13-Sep-1¢ 
Design $1.250 $1.265 $0.015 $1.262 
Construction $16.971 $16.975 $0.004 $9.108 a : : Fee 
Other §2.913  §2.898 (§0.015) $1.661 pea oe aad ae 31-Oct-18 
Contingency $0.763 $0.759  (S0.004) $0.000 Beer ICON eaanee omen 0% 
total 921.897 _521.897 312.031 Design as Percent of Construction: 7% 
ElSIDsUorak TNE ESBRIEGE Leeacy Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Jul-16 | 05-Oct-16 | 20-Jun-17 
Design $0.159 $0.159  $0.000 $0.110 
Construction $0.500 $0.500 $0.000 $0.427 = : : pies 
Other $0.642  $0.204 ($0.437) §0.176 Spa aera airs eel Mav-18 
Contingency $0.025 $0.023 (S0.003) $0.000 eee iGh chanwe Gnien 0% 
Total 31.325 30.885 30.713 Design as Percent of Construction: 32% 
eee INFES BRIDGE Eeeacy Other as Percent of Construction: 41% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: L8-J 
Design $1.200 $1.382 $0.182 $0.940 
Construction $7.700 $8.091 $0.391 $3.710 ee : ; oe 
Other $4.174  §3.891  ($0.283) $1.201 pee ane a See Eves 
Contingency $0.385 $0.095  (S0.290) $0.000 Oa Sancta Granee onan 6% 
Lge 913.459 _$13.459 35.851 Design as Percent of Construction: 17% 
SUSIE WE UMA SINISIE peeeey Other as Percent of Construction: 48% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.200 S0.200 S0.000 $0.172 
Construction $1.700 $1.700 $0.000 $0.872 ee ; ; Rhee 
Other $1549  §1.557. §0.008 $0.463 Seance ca een: 31-May-18 
Contingency $0.085 $0.077. (S0.009) $0.000 + Conctuction change Grdier: 3% 
Total 33.534 33.534 31.507 Design as Percent of Construction: 12% 
PISIDS DES6C VEE EEGE Legery Other as Percent of Construction: 92% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Mar-16 | 28-Jur [08-Jun-18 | 
Design S0.300 $0.301 S0.001 $0.099 
Construction $4.500 $4.500  $0.000 5$3.878 ue : ; ee 
Other $1531 $1,555 §0.024 §1.185 pare oe: ae NUE 30-5e0-18 
Contingency $0.250 $0.225  (S0.025) $0.000 or Gone ncHon chanee Order 19% 
Ugel $6.581 $6.581 $5.163 Design as Percent of Construction: 7% 
ae PE ERIDGE peeacy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [01-Sep-16 | 14-Feb-17_ 
Design $2.941 $2.976  $0.035 $2.731 
Construction $15.200 $17.456 $2.256 $4.714 eA : ; pete 
Other $2368  §1.897  ($0.471) $0.914 ee at Es 31-Dec-12 
Contingency $0.760 $0.000 (S0.760) $0.000 Se cneeacion change Sider: 5% 
qr 921.269 _$22.329 38.358 Design as Percent of Construction: 17% 
PSI: 0009M PE nla LSeaky Other as Percent of Construction: 11% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Aug-16 | 02—-Aug-17_ 
Design $0.350 $0.350 $0.000 S$0.327 
Construction $1.300 $1.710  $0.410 $0.693 a : : ee 
Other $1.069  §1.069  §0.000 $0,524 ae aa ace SESE 
Contingency $0.106 $0.000 (S0.106) $0.000 Se eet a Chet Onler 33% 
Ue 32.825 33.129 31.544 Design as Percent of Construction: 20% 
PISS Meares UNTES ENDIOE boeaey: Other as Percent of Construction: 62% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [01-Mar-16 [13-Jun-16 | 17-Sep-16 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.201 $0.201  $0.000 $0.186 - : aoe 
Other $0.122 $0.110 ($0,012) $0.056 panel alas eel 31-Oct-16 
Contingency $0.055 $0.057 $0.002 S0.000 9. Construction Change Order 0% 
Total 30.378 30.368 30.243 Design as Percent of Construction: NA 
PiSIDY 00855 TRE OSes Legacy Other as Percent of Construction: 55% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.197 $0.197 $0.000 $0.177 oe : ; aoa 
Other 0.333  $0.333 + $0.000 —$0.074 deere OM che cleesteeaels 
Contingency $0.025 $0.025 $0.000 $0.000 See erICTICn cranee omen 0% 
Usel 30.555 30.555 30.250 Design as Percent of Construction: NA 
ETD QUsaz TNE OBEN ANG Leeaey Other as Percent of Construction: 169% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [09-Mar-16 | 14-Jun-16 | 17-Sep-16 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.202 $0.202 $0.000 $0.185 oo : ; a 
Other $0.223 $0.223 §0.000 + $0.160 sea ae BeNIe! 30-Sep-16 
Contingency $0.024 $0.024 $0.000 $0.000 a Ponetfucdon Change Grade 0% 
Total $0.449 $0.449 $0.344 Design as Percent of Construction: NA 
Pitt Rae TEES OPERATING Legacy Other as Percent of Construction: 110% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.010 S0.010 S0.000 S0.000 
Construction $0.658 $0.658 $0.000 $0.571 oe : : vee 
Other $0.474  $0.474 §0.000 $0.431 pp nena lacie ae 31-Oct-16 
Contingency $0.008 $0.008 $0.000 $0.000 Beer ICON eaanee omen "13% 
Usel 31.150 31.150 31.002 Design as Percent of Construction: NA 
ElSIDsUeea TR ESODE RUIN Leeaey Other as Percent of Construction: 72% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.185 $1.185  $0.000 $1.138 = . : ies: 
Other $0.403  $0.403 0.000 $0.118 pa aera aUNIE: Seems 
Contingency 50.040 $0.040 $0.000  $0.000 eee ruth chanwe Gnien 3% 
Total 31.628 31.628 31.256 Design as Percent of Construction: NA 
PTSID: 0084S NEY SEER LING Legacy Other as Percent of Construction: 34% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Aug-16 | 30-Nov-16 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.729 $0.729 $0.000 $0.309 ae : ; Pee 
Other $0554 $0565  §0.011 $0,095 pee ane oie 29-Feb-20 
Contingency $0.036 $0.026  (S0.011) $0.000 Wa Sannin Granee onan 6% 
ioral 31.319 31.319 30.404 Design as Percent of Construction: NA 
USE 2eeltn UM AS ORS aMINS peeaey Other as Percent of Construction: 77% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Jun-16 J 13-Sep— 
Design $0.000 S0.000 $0.000 S0.000 
Construction $3.300 $3.300 $0.000 $1.568 ee ; ; eee 
Other $1319  $1.319 $0.000 —$0.332 Sean eon ca een: 31-Jan-20 
Contingency $0.180 $0.180 $0.000 $0.000 + Conctuction change Grdier: ry 
tor 34.799 34.799 31.901 Design as Percent of Construction: NA 
BISIE. 20068 SES OEERETING Legary Other as Percent of Construction: 40% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L01-Sep-16 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.937 $1.937 $0.000 $0.541 ee : ; oe 
Other $0.646  $0.675 §0.029 $0.02 pare oe: ae NUE pens eae 
Contingency S0.097 $0.068  (S0.029) $0.000 OF Gene niction Gaanre Greer "19% 
Ukel $2.680 $2.680 $0.554 Design as Percent of Construction: NA 
PME oS) UES EEA peeacy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [16-Mar-16 | 02-May-16 | 27-Oct-17 
Design S0.000 S0.000 $0.000 (S$0.018) 
Construction $2.400 $2.400  $0.000 $2.007 ee , : chieae 
Other $0.538  $0.623 §0.085 $0.62 ee at nEs 30-Nov-17 
Contingency $0.090 $0.005 (S0.085) $0.000 Secneeacion chanse Sen "10% 
Ls) 33.028 33.028 32.611 Design as Percent of Construction: NA 
PTSID: 0073L IEE, PeeRn Lins beesaey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $3.143 $3.148 $0.005 $2.327 ae : ; ee 
Other 0.507  §0.602 §0.095 $0,553 tera eae ace: 30-Apr-18 
Contingency $0.100 $0.000 (S0.100) $0.000 SeRennee Greanee Onlen > A% 
hata 33.750 93.750 32.879 Design as Percent of Construction: NA 
PTSID: O116N UNS EES INS peeacy Other as Percent of Construction: 19% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.000 $0.000 $0.000 $0.000 
Construction $2.100 52.100 $0.000 $1.671 at ; ; 
Other $0577 $§0.597 §0.020 §0.554 ee ae 31-Dec-17 
Sera a ree ($0.020) ree % Construction Change Order: -19% 
= : : : Design as Percent of Construction: NA 
ErSID: O07 3h PE. SEE eons ERBacy Other as Percent of Construction: 28% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Sep-16 | 31-Jan-17 | 05-Dec- 
Design $0.295 $0.150 ($0.145) $0.091 
Construction $2.850 $3.258 $0.408 $3.144 - . ; 4 
Other $0.952 $0,832 ($0.120) $0.958 fle ar a a aennrs 31-Dec-17 
ae apie roe (50.143) ae % Construction Change Order: 17% 
- - - Design as Percent of Construction: 5% 
EpSID: 1720 TEESE eMIENT byeeaey Other as Percent of Construction: 26% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [22-Mar-16 | 21-Jun-16 | 23-Aug-17 
Design $0.250 $0.167 ($0.083) $0.165 
Construction $4.559 $4.184 (S0.375) $4.181 ue : ; anes 
Other $1.446 $1.44 §0.398 §$1.841 pare oe: Le pl Oct! 
Seas reas sure (30.228) oe % Construction Change Order: -10% 
. - : Design as Percent of Construction: 4% 
PE WA RE AN EMENE peeeey Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design $0.300 $0.280  (S$0.020) $0.238 
Construction $3.871 $3.770 ($0.101) $3.495 ee : ; ae 
Other 1.043  $1.119  $0.076 $0.802 ll eee aaa ae Ys SOc 
oo eer ree ($0.050) ea % Construction Change Order: -8% 
- - - Design as Percent of Construction: 7% 
PYSIDs'00/96 EE ee een beeaey Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Mar-16 
Design $0.200 $0.215 $0.015 S0.063 
Construction $2.600 $2.600 $0.000 $2.204 oe : ; 
Other $1.000  $0.970 ($0.030) $0.741 aera eae MIM ore Ls 
Contingency $0.150 $0.165 $0.015  $0.000 Oa erence Ch Order AY, 
Total $3.950 _ $3.950 $3.008 desir neat ial aaa ; 
Design as Percent of Construction: 8% 
ES en UNE aN Legacy Other as Percent of Construction: 37% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Oct-15 | 31-Mar-16 | 
Design $0.370 50.370 S0.000 $0.158 
Construction $2.600 $2.625 $0.025 $2.566 a ; ; 
Other $1.391  $1.248 ($0.143) $0.955 bcs aemn or daca ae 30-Nov-16 
Contingency $0.158 50.000 (S0.158) $0.000 96 Constructi Ch Order: 9% 
Total $4.518  $4.243 $3.678 Ser R Ene: Sine ; 
Design as Percent of Construction: 14% 
EASIDSDO76N EE eve Melat bebacy Other as Percent of Construction: 48% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [20-Jul-16 | 28-Sep-16 [18-Nov-16 
Design $0.072 $0.053 ($0.019) $0.050 
Construction $0.688 $0.649  (S0.039) $0.601 ae : ; ae 
Other $0.321  $0.298 ($0.024) $0.287 baer ee 31-Dec16 
Contingency $0.062 $0.000 (S0.062) $0.000 oeaneried Ch Grier "13% 
Total $1.143 _$1.000 $0.938 pe salar ares et cera pe a : 
Design as Percent of Construction: 8% 
SSE heel Usd peecey, Other as Percent of Construction: 46% 
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Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: iS ven=WSs=Nov= i 
Design $0.115 $0.125  $0.010 $0.086 
Construction $2.417 $2.417 $0.000 $2.237 oo : ; Pages 
Other $0.806  $0.881  $0.075 $0.662 i sea ae BeNIe! 31-Oct-17 
Contingency $0.151 $0.066  (S0.085) $0.000 a Ponetfucdon Change Grade 0% 
Total $3.488 33.488 $2.985 Design as Percent of Construction: NA 
PaSID: aah TEE Pe veEMENT Legacy Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [15-Jan-16] 12-Apr-16 
Design $0.300 $0.057. (S0.243) $0.027 
Construction $6.700 $8.633 $1.933  $5.799 a 2 : ; are 
Other $6.216 $4.976 (1.240) $3.845 pate ered ae eMein lee 
Contingency $0.450 $0.000 (S0.450) $0.000 Beane Con eaanee omen 26% 
total $13.666__$13.666 39.671 Design as Percent of Construction: 1% 
EIeIDSUeOuk INR E PAV EIEN LeBaey Other as Percent of Construction: 58% 
sae OTHER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Mar-16 | 26-Jul-16 | 09-Jun-17 
Design $0.100 $0.053 ($0.047) $0.000 
Construction $1.200 $1.247, $0.047 $1.134 a , ; ee 
Other 0.896 $0.897 §0.001 $0.881 ener enr ae BUNT 34JublZ 
Contingency $0.054 $0.000 (S0.054) $0.000 pene tRICHGR Chanze Giden 0% 
fora! 32.250 32.197 32.014 Design as Percent of Construction: 4% 
Pisip: 0218 TYPE: TAP/OTHER teeaey Other as Percent of Construction: 72% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.100 $0.500 S0.400 $0.188 
Construction $6.000 $6.195 $0.195 $6.005 oe : ; nae 
Other $0.969  $0.290 ($0.679) $0.016 SLi iors oe ead as ces 
Contingency $0.315 $0.000 (S0.315) $0.000 Ua rerspprcnventtan Grane Order 0% 
Hotel 37.384 36.985 36.210 Design as Percent of Construction: 8% 
Pee Woe Une VaR orialae Legacy Other as Percent of Construction: 5% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: a?) 
Design $0.161 $0.137 ($0.024) $0.119 
Construction $1.700 $1.726  $0.026 $1.370 - . ; Pin. 
Other $0543 $0567 $0.024 §$0.384 Pie Lire aL aaa aCe: SEN 
Contingency $0.077 $0.050 (S0.026) $0.000 @ eanedcion cCadnee Gide: 1% 
Jou! 32.480 32.480 31.873 Design as Percent of Construction: 8% 
i GEE ane beeety Other as Percent of Construction: 33% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [15-d slay T7 
Design S0.070 S0.070 S0.000 S0.068 
Construction $2.300 $2.300 S$0.000 $2.132 on ‘ ; 
Other $1.331  $1.331 §0.000 $0.87 pS eee ee SESE 
Se ae eee ee 20.000 eee % Construction Change Order: 5% 
: - : Design as Percent of Construction: 3% 
PEs GEM UMES Mle PEEe! Other as Percent of Construction: 58% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Jan-16 
Design S0.100 $0.191 $0.091 $0.068 
Construction $1.029 $0.840  (S0.189) $0.860 ee : : oe 
Other 0.566  $0.320 ($0.246) $0.679 ee at nEs 31-May-12 
Contingency $0.039 $0.131 $0.092 $0.000 searernac Ch San a7 
Total $1.734 _$1.482 $1.607 ee ; 
Design as Percent of Construction: 23% 
Rapp Une IEE TRAGRIC beeaey Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [L31=Dec-15 | 30-Mar-16 | 21-Jun-17 
Design S0.000 S0.000 S0.000 $0.072 
Construction 51768 $1.761 $0.000 $1.569 oe : ] 
Other $0.739  $0.874 §0.135 $0,841 eee a ae acne SUE 
Contingency $0.135 $0.000 (S0.135) $0.000 SAC One REER Chan order 6% 
Total $2.635 _ $2.635 $2.482 ies 8 2 : 
Design as Percent of Construction: NA 
Beamer NEE BAGG beeacy Other as Percent of Construction: 50% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.025 $0.026 $0.001 $0.025 
Construction $2.136 $2.131  ($0.005) $1.985 os ; ; rere 
Other $0.771  $0.997 §0.226 $1.228 ee Aan sala 
SUN ai ae ren (0.113) oe % Construction Change Order: 1% 
- : : Design as Percent of Construction: NA 
ESE IEE TRAFES pebacy Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [L21-Sep-16 | 20-Dec-16 | 31-Oct-17 
Design $0.230 S0.230 $0.000 S$0.164 
Construction $1.235 $1.260 $0.025 $1.172 a : ; 
Other $0.822  $0.828  §0.006 §0.746 pd ucuianrn tr Ul a ae 31-Oct-17 
Contingency $0.062 $0.031  (S0.031) $0.000 oeaneried Ch Grier 7% 
Total $2.349 — $2.349 $2.082 eras veer hea ae et eee : 
Design as Percent of Construction: 18% 
BIS IEDus0e ages Uieade Eoeecy Other as Percent of Construction: 66% 
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Budget Spent 

Initial Projected Difference To Date 

Design $0.329 $0.185 ($0.144) $0.142 

Construction $2.512 $2.436 (S0.076) $1.545 

Other $1.393 $1.591 $0.198  $0.870 

Contingency $0.251 $0.096 (S$0.155) $0.000 

Total $4.485 $4.308 $2.556 
PTSID: 0153N TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.000 $0.000 $0.000  $0.000 

Construction 53.980 $3.980 $0.000 $3.873 

Other $0.838 $0.833 ($0.005) $0.782 

Contingency $0.000 $0.005  $0.005 $0.000 

Total $4.818 $4.818 $4.654 
PTSID: 0116S TYPE: TRAFFIC Legacy 


Baye rIce NTP Complete 
Schedule: s0=Sep= losl02=Maye i? 
Anticipated Completion at NTP: 31-Dec-18 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 65% 


Advertise NTP Complete 
Schedule: [21-Dec—15 [31-Jul-16] 31_Oct_17 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: 8% 
Design as Percent of Construction: 
Other as Percent of Construction: 21% 


SomBiete 


Budget Spent 

Initial Projected Difference To Date 

Design $0.125 $0.125  $0.000 $0.067 

Construction $0.978 $0.978 $0.000 S$0.817 

Other $0.951 $0.951 $0.000 S$0.634 

Contingency $0.050 $0.050  $0.000 $0.000 

Total 52.104 52.104 $1.518 
PTSID: 0072K TYPE: TRAFFIC Legacy 


Aces NTP 


Schedule: 


Anticipated Completion at NTP: 
# of months late: 


ne 


% Construction Change Order: 0% 
Design as Percent of Construction: 
Other as Percent of Construction: 


Budget Spent 

Initial Projected Difference To Date 

Design $0.250 $0.130 ($0.120) $0.115 

Construction $0.528 $0.502  (S0.026) $0.449 

Other S0.300 $0.482 $0.182 $0.462 

Contingency $0.036 $0.000 (S0.036) $0.000 

Total $1.113 $1.113 $1.026 
PTSID: 0071T TYPE: TRAFFIC Legacy 


A- 21 


Bevenese NTP Complete 


Schedule: 


31-Jul-17 


Anticipated Completion at NTP: 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 26% 
Other as Percent of Construction: 96% 


FFY 2017 PROJECTS 
Insert A 
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BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-May-17] 01-Feb-18 
Design $0.343 $0.343 $0.000 S$0.248 
Construction $6.957 $6.957. $0.000 $0.266 oo ; ; ee 
Other $1,711  $1.711 §0.000 —$0.033 i aloe ear ra aa Bent: 31-0ct-20 
Contingency $0.400 50.400 $0.000 $0.000 Panera CHanee Cider 0% 
Total $9.411 39.411 30.546 Design as Percent of Construction: 5% 
SIDE EZne PE BRIDGE PRBacy Other as Percent of Construction: 25% 
Budget Spent Advertise 
Initial | Projected Difference To Date Schedule: [30-Sep-17 
Design $1.155 $1.155 S0.000 $1.087 
Construction $5.797 $5.797 $0.000 $0.385 ae : : Pas 
Other $3.700  $3.700  §0.000 $0.167 pa aee een ailc) BUN: eile cO 
Contingency $1.958 $1.958 ($0.001) $0.000 oon eTeron hanes Order: 0% 
Udel $12.610__$12.610 31.638 Design as Percent of Construction: 20% 
ee LE UME EIEN Eeeacy Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Apr-17 | 14-Dec-17 
Design $0.534 $0.609 $0.075 $0.434 
Construction $15.915 $15.915 $0.000 $1.000 a . ; ae 
Other $2.731  §2.731  §0.000 —§0.096 Ue aL PON a een 31-May-20 
Contingency $0.875 $0.800  (S0.075) $0.000 te Concthicdan change Gis 0% 
rou! $20.055_$20.055 $1,530 Design as Percent of Construction: 4% 
Pip, OTS TPES BRIDGE peeacy Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jul-17 | 24-Oct-17 
Design $0.637 $0.637. $0.000 $0.594 
Construction $2.056 $2.056 $0.000 $0.224 ae 5 : roe 
Other $1,300  $1.360  $0.060 $0.215 ed orci ree at ane aaa sep-l3 
Contingency $0.163 $0.103  (S0.060) $0.000 Peneees Grange Grier 0% 
hota 34.156 34.156 31.033 Design as Percent of Construction: 31% 
Peis eee UAE IBIS Legacy Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [29-Sep-17 | 28-Feb-18 
Design $0.700 $0.970  $0.270 $0.455 
Construction $12.450 $12.773 $0.323 $0.736 ts : ; a hie 
Other $2.753  $2.483  ($0.270) $0.272 ieee aeninrs See 
Contingency $0.700 $0.377. ($0.323) $0.000 Oe eancntctiGn Change Order: 0% 
ror! 316.603 __$16.603 31.462 Design as Percent of Construction: NA 
PISID: O1G3W PE enIDGE peeaey Other as Percent of Construction: 19% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [2 
Design $2.532 $2.532 S0.000 $2.292 
Construction Si2373° 512.373 $0.000 $1.776 ee : ; aoe 
Other $4,122  $4.122 §0.000 $0.381 pare oe: ae NUE 30-Jun-19 
Contingency $1.670 $1.670 S$0.000 $0.000 Or cone ncton Ghanee Order 0% 
Ue $20.697__$20.697 34.450 Design as Percent of Construction: 20% 
UME WOE al UME BIER EEG! Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [22-Sep-17] 27-Mar-18 - 
Design $1.749 $1.749 S0.000 $1.235 
Construction $34.533 $34.533  $0.000 $0.000 ee , ; Rae 
Other $3.285  $3.285  §0.000 §0.059 ee aes 31-May-21 
Contingency $3.047 $3.047 $0.000 $0.000 ecRemuiGn Chane Sen 0% 
Total 342.613 __ 542.613 $1,295 Design as Percent of Construction: 5% 
PTSID: 0114U PEER OG beeacy Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [22-Sep-17 [27-Mar-18 
Design $0.846 $0.846 $0.000 S$0.561 
Construction $16.907. $16.907 $0.000 $0.000 oe : ] yee 
Other $3535  §3.535  §0.000 $0.048 ner a ae ace: aa Mav-21 
Contingency $1.350 $1.350 $0.000 $0.000 SAGAR EICEEG chen Orne 0% 
hata $22.638__ 22.638 30.609 Design as Percent of Construction: 5% 
PYSID: O114T UNAS END ISS peeacy Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-17] 28-Mar-18 
Design $0.872 $0.872 $0.000 S$0.789 
Construction $15.400 $15.400 $0.000  $0.000 - ; ; es 
Other $2.089  $2.089  §0.000 $0.088 sibs cae On aaa Aan ee Anr-21 
Contingency S0.800 50.800 50.000 S0.000 9% Construction Change Order: 0% 
Total $19.161_$19.161 30.877 Design as Percent of Construction: 6% 
ESE aa IEE ERIDEE Deeaey Other as Percent of Construction: 14% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [29-Sep-17 | 23-Mar-18 
Design $1.534 $1.534 $0.000 $1.112 
Construction $19.229 $19.229 $0.000 $0.393 ae : ; eae 
Other $2.615  $2.615  §0.000 §0.096 fd ueianrn tr WU al ae: 31-Dec:-13 
Contingency $1.900 $1.900 $0.000 $0.000 OA COnetRictan crane Oren 0% 
hata 925.278 __525.278 31.601 Design as Percent of Construction: 8% 
PYSID: O114P UI Te EINES poner Other as Percent of Construction: 14% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L2: bars 
Design $0.460 S0.480 $0.020 S$0.377 
Construction $8.477 $8.477. $0.000 $0.000 oe ; ; aaa 
Other $1.453 $1.433_($0.020) $0.059 sea ere BENIe! 30-Jun-20 
Contingency $0.450 S0.450 S$0.000 $0.000 a Ponetfucdon change Grade 0% 
Total $10.840__$10.840 $0.436 Design as Percent of Construction: 6% 
eisIDE Orta TIRE BRIDGE Legacy Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: Iq || 12=Dee=17 
Design S0.600 S0.600 S0.000 50.440 
Construction $6.800 $6.800  $0.000 $1.338 a : : oe 
Other $1512 $1.532 $0.020 $0.229 pp nena acai ae 30-Jun-19 
Contingency $0.350 $0.330  (S0.020) $0.000 Beer ICON eaanee omen 0% 
total 39.261 39.261 32.006 Design as Percent of Construction: 9% 
ElSID Unt) INBESBRIEGE Loeaey Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17] 21 ei 
Design $0.000 S0.000 S0.000 S0.000 
Construction $250.630 $250.630 S$0.000 $18.405 i . ; - 7 
Other $121.776 $121.776  $0.000 $4.828 pa cera ar 30-Nov-23 
Contingency $37.595  $37.595 $0.000 $0.000 eee eue ich chanwe Gnien 0% 
Total $410.000_$410.000 323.233 Design as Percent of Construction: 
ple eede INES BRIPGE Pegety Other as Percent of Construction: 49% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep-17 | 03-Jan-18 
Design S0.650 S0.810 S0.160 S0.769 
Construction $9.400 $6.833  ($2.567) $1.777 ee : ; Fotre 
Other ($0.067) $3.210 $3.277  $0.382 pea ae ene bas 31-Dec-13 
Contingency $1.410 $0.540 (S0.870) $0.000 Benner ican Granee onan 0% 
ioral 311.393 _$11.393 32.929 Design as Percent of Construction: 12% 
ENE EEA ERIDSE peeeey Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Sep-17 
Design $0.379 $0.379 $0.000 $0.361 
Construction $1.511 $1.511 $0.000 $0.015 ee ; ; het 
Other $0.824  §0.824 §0.000 $0.165 SeaClear een: 31-May-18 
Contingency $0.075 $0.075 $0.000 $0.000 + Conctuction change Grdier: 0% 
ioe 32.789 32.789 30.540 Design as Percent of Construction: NA 
PTSID: 0014F be Legacy Other as Percent of Construction: 55% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.150 $0.331 $0.181  $0.176 
Construction $12.320 $12.320 $0.000 $3.073 ee : ; Sree 
Other $5.220 $5.435 §0.215  §0.599 pie eae ca ae NUE 30-5e0-21 
Contingency $1.358 $0.962  (S0.396) $0.000 or eon nucton Ghanee Oren "7% 
oral $19.048__$19.048 $3.847 Design as Percent of Construction: NA 
PASE le eke UNE EINEM EEG! Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17] 24-Jan-18 
Design $0.425 50.530 $0.105 $0.332 
Construction $12.137. $12.137  $0.000 $0.370 ee , ; tines 
Other $3.032 §3.048 $0.016 —$0.008 ile erp aa at Es 31-Aug-20 
Contingency $1.214 $1.092  ($0.122) $0.000 earner iGh Ghanee Sen 0% 
Total $16.808__$16.808 $0.710 Design as Percent of Construction: 4% 
RUSE: DEA 2NE, BRIDGE beeaey Other as Percent of Construction: 25% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17 | 28-Sep-17. 
Design S0.000 50.000 S0.000 S0.000 
Construction $0.500 $0.500 $0.000 S$0.475 - : ; aces 
Other $0327 §0.327. §0.000 $0.141 oneal e aU NTP: eemelsys 
Contingency S0.066 50.066 S0.000 S0.000 af Construction Change Order: “5% 
fot! 30.893 30.893 30.616 Design as Percent of Construction: 
PTSID: 0084C TYEE: OPERATING peeacy Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.544 $0.544 $0.000 $0.495 oe : ; ae 
Other $0.322  §0.322 §0.000 $0.157 SL rs oe ea cus: pEMela ws 
Contingency $0.066 S0.066 $0.000 $0.000 arrogance Grane Order 0% 
Lael 30.932 30.932 30.652 Design as Percent of Construction: 
RIEL De OPE Vee aS PLEO! Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28-Apr-17 | 31-Jul-17 | 02-Oct-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.578 $0.600 $0.022 $0.554 ee ; ; oe 
Other $0.322  $0.300 ($0.022) $0.248 fle ear va a Benes Oot S 
Contingency S0.066 S0.066 $0.000 S0.000 B.Conskructicn Change Sirdar: 1% 
io 30.966 30.966 30.802 Design as Percent of Construction: 
PTSID: 0084A TPE OPERATING Eebacy Other as Percent of Construction: 50% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28-Apr-17] 3 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.182 $1.182 $0.000 $0.851 ee : ; ae Nice 
Gike: $0,449 $0,449 $0,000  §0.332 Anticipated Compienicn at NTP: 30-Nov-17 
: # of months late: 
Contingency $0.113 $0.113 S$0.000 $0.000 ba conetnictionicnaneerarcer 0% 
Ugel $1.74 $1.74 $1.183 Design as Percent of Construction: NA 
PSM etter UMS ERAT beeacy Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.863 $1.928  $0.065 $1.846 ee , ; oe 
Other $0.429  $0.364_—-($0.065) $0.159 ee ae nEs 30-dun- 18 
Contingency $0.133 $0.133 $0.000 $0.000 oF Conetnucdian Change Graer 3% 
Ls) $2,425 $2,425 $2.005 Design as Percent of Construction: 
PISID: OO86X VEE, SPER TING beBaey Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28=Feb-17 
Design S0.000 S0.000 50.000 S0.000 
Construction $2.011 $1.816  ($0.195) $0.968 e : ; ee 
Other $0.839  $0.646  ($0.193) $0.292 Leary uae ts climate 
Contingency $0.252 $0.500 $0.248 $0.000 SAGAR EICEEG Grane Orne 0% 
eel 33.101 32,962 31.260 Design as Percent of Construction: 
ES ALE INGE S OPERATING beeaey: Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 ] 31-Jul-17. 
Design $0.422 $0.443 $0.021 S0.266 
Construction $5.198 $5.370  $0.172 $1.020 = , ; pees 
Other $1076 $1141  §0.064  $§0.392 sha cae On aaa Aen 31-Dec.18 
Contingency $0.635 $0.378  (S0.257) $0.000 be PSACHILICHOR chanze Gide 3% 
Total $7.331 97.331 31.677 Design as Percent of Construction: 8% 
EIS peu TEE: CERRATAG EPbacy Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28—Feb—17 | 31-May-17 
Design S0.046 S0.046 S0.000 S0.000 
Construction $1.929 $1.929 $0.001 $0.622 ny. : ; rrer 
Other $0.406  $0.466 0.060 $0.187 ivi uiern rw as le SESE 
Contingency $0.140 $0.080  (S0.061) $0.000 eeonerncian Chance Grier 0% 
iatal 92.521 92.521 30.809 Design as Percent of Construction: 2% 
BIE suey) AES OnE aan beeecy Other as Percent of Construction: 24% 


FFY17 


PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 2 
Design $0.133 $0.133 S0.000 $0.053 
Construction $1.100 $1.100 $0.000  $0.000 Be : ; ee 
Other $0.847 $0.847. §0.000 —$0.062 eee aes O1-Aug-18 
Contingency $0.055 $0.055 S$0.000 $0.000 By eiuetniGnan change Order: 0% 
joe! 32.135 32.135 30.115 Design as Percent of Construction: 12% 
eNSID: O2/aU PEs EME peeaey Other as Percent of Construction: 77% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 2 L7 
Design S0.500 S0.500 S0.000 $0.107 
Construction $6.200 $6.200 $0.000 $2.400 ee : ; ie 
Other $2.437  $2.517  §0.080 _$0.807 eas one eee: 30-Nov-18 
Contingency $0.314 $0.234  (S0.080) $0.000 eaeeeurae Granee Oren 0% 
UBEl 39.451 39.451 33.313 Design as Percent of Construction: NA 
ee UN AEE EN Legacy Other as Percent of Construction: 41% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [27-Jul-17 [10-Oct-17 
Design S0.600 50.600 50.000 $0.354 
Construction $6.786 $6.786 $0.000 S$0.860 eae ; ; ee 
Other $1,093 $1.160  $0.068 $0.175 Saaremaa BUN: 30-Nov-18 
Contingency $0.339 $0.271  (S0.068) $0.000 GCOncHUCHOR Chanze Gider 0% 
Total $8.817 38.817 31.390 Design as Percent of Construction: 9% 
PipIDEWesee AES EV EMENT beeaey Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Jul-17] 31-Oct-17. 
Design $0.400 $0.420 $0.020 $0.221 
Construction $3.000 $3.000 $0.000 $0.422 oe : ; ee 
Other $1317  $1.337.  §0.020 —§0.204 SL rig oe aaa eee: 30-Nov-18 
Contingency $0.300 $0.260  (S0.040) $0.000 Ua rersppricntetan Grane Order 0% 
otal 35.017 35.017 30.847 Design as Percent of Construction: NA 
Bisib O0e26 BE CAVEMEN peeacy Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: UTMOG=PSb=Ns 
Design $0.414 $0.414 $0.000 $0.330 
Construction $5.278 $5.278 $0.000 $0.458 ~ : ; Se 
Other $1,194 $1,194 §0.000 $0.281 fle ar a a aeNtr 30-Sep-18 
Contingency $0.238 $0.238 $0.000 $0.000 iF Gane tIeiGn Chane Order 0% 
io 37.123 31123 31.068 Design as Percent of Construction: 8% 
PTSID: 0081D EE ee MEU Eeeaey Other as Percent of Construction: 23% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [L26-Sep-17 | 09-Jan-18 
Design $0.710 $0.710 $0.000 S$0.587 
Construction $3.135 $3.135 $0.000 $0.138 ee : ; Erte 
Other $0.941  $0.941  §0.000 $0.315 pare a eee: ae NUE 31-May-19 
Contingency $0.149 $0.149 S0.000 $0.000 Or Gone ncton Ghanee Order "1% 
Ugel $4.935 $4.935 $1.040 Design as Percent of Construction: 23% 
PEs WDE UINES RSS HEN Eeeacy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L22-Feb-17 | 03-May-17 | 17-Nov-17. 
Design $0.767 S0.767 $0.000 $0.347 
Construction $4.751 $4.751  $0.000 $4.123 as : : roe 
Other $2197 $2197  §0.000 $0.814 ee ae tEs 31-May-18 
Contingency $0.200 $0.200 $0.000 $0.000 ecRemuiGn change Sider: 19% 
Ls) 37.915 37.915 35.283 Design as Percent of Construction: NA 
PTSID: 0081W EE ew EME beBaey Other as Percent of Construction: 46% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: Brodit iyi] 
Design $0.390 $0.465 $0.075 $0.353 
Construction $4.637 $4.869 $0.232 $0.753 e : , Poe 
Other $2.735  §2.720 ($0.015) $0.320 eae aa acne oS 
Contingency $0.300 $0.008  (S0.292) $0.000 See eRnee Grenee Onlen 5% 
hotel 38.062 38.062 31.425 Design as Percent of Construction: NA 
ee oo SESS EMEN boeaey, Other as Percent of Construction: 56% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.130 $0.205 S0.075 $0.103 
Construction $3.960 $4.094 $0.134 $3.397 a : ; Sands 
Other $1.242 $1196 ($0.046) $0.781 sha caem On daca Aen ee Augit/ 
Contingency $0.198 $0.035 (S0.163) $0.000 6k Construction Change Order: 3% 
pel 35.530 35.530 34.280 Design as Percent of Construction: NA 
ASIP: DPOGH TD E: EeVEMENT Legacy Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.110 $0.110 $0.000 $0.070 
Construction $0.880 $0.880  $0.000 S$0.686 ae : ; re 
Other $0.525  $0.525  §0.000 $0.205 dscns od ee aL 31-Dec-18 
Contingency $0.044 $0.044  $0.000 $0.000 OA COnetRictan Chance Grier 3%, 
ata $1.559 31.559 30.960 Design as Percent of Construction: NA 
SIERO ETED EE ASME pee Other as Percent of Construction: 60% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [08 el 7 
Design S0.600 S0.600 S0.000 S0.457 
Construction $5.900 $5.900 S0.000 $0.698 a : . : : 
Other §2.238 $2.238 $0.000  $0.389 Anticipated Complevion at NTP: 31-May-19 
: # of months late: 
Contingency $0.295 $0.295 S0.000 S0.000 % Construction Change Order: 0% 
Total $9.033 $9.033 $1.543 Design as Percent of Construction: 10% 
PaSIDE TIRE TEE PE veEMENT Legacy Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [16-Aug-17 | 25-Oct-17 
Design S0.300 S0.350 S0.050 $0.120 
Construction $3.334 $3.334 $0.000 $1.410 oe ; ; re 
Other $1299  §1.284 ($0.015) $0.432 pp nuninay lacie Gels SSM 
Contingency $0.202 $0.167 (S0.035) $0.000 Beane Con eaanee omen 0% 
Ushel 35.134 35.134 31.961 Design as Percent of Construction: NA 
UDC TEE Av EEN LeBaey Other as Percent of Construction: 38% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [24-Mar-17 | 07-Jun-17 
Design $0.100 S0.100 S0.000 $0.098 
Construction $0.224 $0.224  $0.000 $0.220 eo : ; ee 
Other $0.374  $0.211  ($0.163) $0.126 oda anr a aU NTP: RSNA 
Contingency $0.016 $0.011  ($0.005) $0.000 GCancHUcHOR Chanze Gider 0% 
Total 30.715 30.547 30.444 Design as Percent of Construction: 45% 
PTSID: 0166M IEE: SEORMINATER Eeeacy Other as Percent of Construction: 94% 
nee OTHER 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [07-Jun-17] 07 
Design $0.150 $0.165 $0.015 S0.000 
Construction $2.800 $2.800 $0.000 $1.124 Bs : : wae 
Other $1.701  $1.686 ($0.015) $0.669 eee uae 31-0ct-12 
Contingency $0.140 $0.140 $0.000 $0.000 ee ion chandé Sidark 19% 
Total 34.791 34.791 $1,793 Design as Percent of Construction: 6% 
eielD: .One40 TYPE: TAP/OTHER beeaey Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [2 L7 
Design S0.000 S0.000 S0.000 S0.000 
Construction $41.826 $42.036  $0.210  $6.339 ae ; : Tae 
Other $15.572 $15.572 $0,000 $5.113 de susan oul eis atte See 
Contingency $4.183 $3.973 ($0.210) $0.000 Stee Genes Order: 0% 
ial 361.580 __ 961.580 311.452 Design as Percent of Construction: 
eae! UVES TOUTE: Legacy Other as Percent of Construction: 37% 


FFY17 


TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 | 30-Sep— 
Design $0.040 S0.040 $0.000 $0.000 
Construction $0.250 S0.250 S$0.000 $0.000 os : : Toe 
Other $0.200  $0.203  $0.003 —$0.030 ee Bente: eleesteieaets 
Contingency $0.030 $0.027. (S0.003) $0.000 a Conetnicean chanwe Gcden 0% 
iota! 30.520 30.520 30.030 Design as Percent of Construction: NA 
ETB» OReeE TEE TRAGER EeeAey. Other as Percent of Construction: 81% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31 LP SORN 
Design $0.117 $0.117. $0.000 $0.057 
Construction $0.530 $0.530  $0.000 $0.064 ree : ; ee 
Other $0.236  $0.239 §0.003 $0.074 eas ou ae: 30-Nov-18 
Contingency $0.050 $0.047. (S0.003) $0.000 eaeeeurcae Chane Ghieh 5% 
UBEU 30.933 30.933 30.195 Design as Percent of Construction: NA 
Pe tbezo NEE Se beeccy. Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.260 S0.260 $0.000 $0.221 
Construction $1.531 $1.546  $0.015 $0.000 - : ; its 
Other $1226  $1.276  $§0.050 $§0.415 darren ae ae BUNE: RRR 
Contingency $0.153 $0.088  (S0.065) $0.000 pene tRICHGR change eeder 19 
iota! 33.170 33.170 30.636 Design as Percent of Construction: NA 
BIBIDE Ries! IEE (Rene Legacy Other as Percent of Construction: 83% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jan-17 | 30-2 (0) Eu: 
Design $0.040 S0.040 S$0.000 S0.027 
Construction $0.579 $0.579 $0.000 $0.503 oe : ; ye 
Other $0.653  $0.661  §0.008  $0.076 i SLiioris oe aad Lis 31-Jan-18 
Contingency $0.037 $0.029  (S0.008) $0.000 Ua reroppricnventtan Change Orion 0% 
Uae 31.308 31.308 30.606 Design as Percent of Construction: NA 
BrsIb 0025) eNews peeaey Other as Percent of Construction: 114% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [L22-Sep-17 ] 18-Jan-18 
Design $0.042 $0.042 $0.000 $0.000 
Construction $0.700 $0.700  $0.000 $0.132 ~ : ; ae 
Other $0.745  $0.745  §0.000 $0.065 fle ar a a ane cee 
Contingency $0.032 $0.032 $0.000 $0.000 B.Conskructicn Change Orders 0% 
Ue) $1,518 31.518 30.197 Design as Percent of Construction: 6% 
ESI ORE INE Eeeaey Other as Percent of Construction: 106% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [04-Jan-17 | 28-Mar-17 | 25-May-18 | 
Design $0.330 $0.405 $0.075 $0.117 
Construction $1.468 $1.468  $0.000 $1.110 ue : ; eee 
Other $2.016  $1.949 ($0.068) $0.685 pare eee Ae NUE 31-May-18 
Contingency $0.075 $0.068  (S0.008) $0.000 or Gone micron Ghanee Order 7% 
Ue 33.889 33.889 $1.912 Design as Percent of Construction: 28% 
elfen Waele ANA Meine PEEGY Other as Percent of Construction: 133% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: 0 la 
Design $0.236 $0.236 S0.000 $0.072 
Construction $1.100 $1.100  $0.000 $0.034 ee : ; ee 
Other $0.414  $0.414 §0.000 $0.131 ll eee aaa ae nEs 30-Apr-12 
Contingency $0.165 $0.165 $0.000 $0.000 ecRemuiGn Chane Sen 0% 
Lisl 31.915 31.915 30.236 Design as Percent of Construction: 21% 
PTSID: 0011D NEE. TRORTIC bepacy Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [29-Aug-17 | 21-Nov-17 
Design S0.065 S0.065 S0.000 S0.000 
Construction $0.549 $0.549 $0.000 S$0.068 e : ; Rae 
Other $0.430 $0.430 $0.000 $0.055 Leary aaa Bee: 30-Nov-18 
Contingency $0.055 $0.055 $0.000 $0.000 See eeie ah Granee Onlen 0% 
kata! 31.098 31.098 30.123 Design as Percent of Construction: 12% 
PSE Eee eee Ubi beeacy. Other as Percent of Construction: 78% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Feb-17 | 24-May-17 | 29-Jun-18 
Design $0.228 $0.228 S0.000 $0.190 
Construction $1.403 51.403 S0.000 $0.524 a : ; eds 
Other $0511 $0511  §0.000 $§0.479 sibs sabe ork daaiaas eee lala 
Contingency $0.140 $0.140 $0.000 $0.000 be PSACtICHOR chanze Sider 3% 
yn! 32.282 32.282 31.193 Design as Percent of Construction: NA 
Piss p are IEE TRAGER ERBacy Other as Percent of Construction: 36% 
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FFY 2018 PROJECTS 
Insert A 


FFY18 
BRIDGE 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0015A 


Budget Spent 
Initial Projected Difference To Date 
NA 51.400 NA $0.157 
NA $6.000 NA $0.000 
NA 52.153 NA $0.005 
NA $0.600 NA $0.000 
_NA $10.153 NA $0.162 

TYPE: BRIDGE Legacy 


FFY18 


Advertise NTP Complete 


Schedule: ce 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 36% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0201B 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0143A 


Budget 


Budget Spent 

Initial Projected Difference To Date 
NA $0.615 NA $0.206 
NA $1.867 NA $0.000 
NA $1.328 NA $0.102 
NA $0.185 NA $0.000 
NA $3.995 NA $0.308 

TYPE: BRIDGE Legacy 


Spent 


Initial 


$0.375 $0.375 
$2.322 $2.322 
$1.260 $1.260 
$0.115 $0.115 
$4.072 $4.072 
TYPE: BRIDGE 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
$0.000 


$0.228 
$0.253 
$0.153 
$0.000 
$0.634 


Legacy 


Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 33% 
Other as Percent of Construction: 71% 


Schedule: 
Anticipated Completion at NTP: 31-Jan-21 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 54% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0013F 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0014D 


Budget 


Budget Spent 
Initial Projected Difference To Date 
NA $1.187 NA $0.289 
NA $6.500 NA $0.000 
NA $1.755 NA $0.008 
NA $0.378 NA $0.000 
_NA $9.820 NA $0.297 

TYPE: BRIDGE Legacy 


Spent 


Initial 


$0.370 $0.370 
$3.808 $3.808 
51.687 51.687 
$0.250 $0.250 
$6.115 $6.115 
TYPE: BRIDGE 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
$0.000 


$0.199 
$0.000 
$0.050 
$0.000 
$0.249 


Legacy 
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Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 18% 
Other as Percent of Construction: 27% 


NTP 
Schedule: [22= U7 29-Mar-18) 
Anticipated Completion at NTP: 30-Apr-20 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 10% 
Other as Percent of Construction: 44% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0013U 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0114) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0017G 


Budget Spent 
Initial Projected Difference To Date 
NA $1.480 NA $0.980 
NA $6.500 NA $0.000 
NA $2.133 NA $0.015 
NA $0.625 NA $0.000 
_NA $10.738 NA $0.995 

TYPE: BRIDGE Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA S0.774 NA $0.522 
_NA $9.503 NA $0.000 
NA $2.355 NA S0.064 
_NA $0.810 NA $0.000 
_NA $13.443 NA $0.586 

TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 
NA $0.436 NA $0.252 
NA 53.482 NA $0.000 
NA $1.396 NA $0.001 
NA $0.522 NA $0.000 
NA $5.836 NA $0.253 

TYPE: BRIDGE Legacy 


FFY18 


Advertise NTP Complete 


schedule: [_ Zs Toe 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 33% 


Advertise NTP Complete 
Schedule: [20-Feb-18 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 25% 


Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 13% 
Other as Percent of Construction: 40% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0013G 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0114V 


Budget Spent 

Initial Projected Difference To Date 
NA $0.998 NA $0.140 
NA $2.600 NA $0.000 
_NA $0.944 NA S0.016 
NA $0.100 NA $0.000 
NA $4.642 NA $0.156 

TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 
NA $0.972 NA $0.265 
NA $14.900 NA $0.000 
NA $2.400 NA $0.031 
NA $1.000 NA $0.000 
NA $19.271 NA $0.296 

TYPE: BRIDGE Legacy 
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Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 38% 
Other as Percent of Construction: 36% 


Complete 


Advertise NTP 


Schedule: ih 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 7% 
Other as Percent of Construction: 16% 


FFY18 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.837 NA $0.056 
Construction NA $3.500 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $1.557 NA $0.014 dar mianthy late: NA 
a 7 sete aA ae % Construction Change Order: 0% 
he . . . Design as Percent of Construction: 24% 
EID Ooise INEE: BRIBSE begacy Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 3 
Design NA $0.800 NA $0.602 
Construction NA $8.000 NA $0.000 Anticioatedicompletion/at NIP: NA 
Other NA $1.833 NA $0.009 # of eciara: 
Contingency NA $0.750 NA $0.000 meee ec NA 
Total NA $11.383 NA $0.611 % Construction Change Order: 0% 
a8 . = : Design as Percent of Construction: 10% 
EID UaEne TRE RIECE beeeey Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-18 
Design NA $1.037 NA $0.530 
Construction NA $5.900 NA $0.000 Anticipated Completion xt NTP: NA 
Other NA $2.051 NA $0.249 Hof the late: 
Contingency NA $0.237 NA $0.000 ee NA 
Total NA $9.225 NA $0.779 % Construction Change Order: 0% 
= - - Design as Percent of Construction: 18% 
ee IEE? BRIPGE Legely Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: i 
Design $0.500 $0.500 $0.000 $0.292 
Construction $1,702 $1.702 $0.000 $0.000 ae : : ee 
Other $1.290  §1.290 §0.000 $0.205 pene a ANE SUSTURE 
Contingency $0.077 $0.077. $0.000 $0.000 Oe ieee Giana omen 0% 
Ue 33.569 33.569 30.497 Design as Percent of Construction: 29% 
ENE RLS BEE RIDGE been’ Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.397 NA $0.087 
Construction NA S0.850 NA $0.000 Anticipated: Completion auntie: NA 
Other NA $0.625 NA $0.019 # of thedate: 
Contingency NA $0.100 NA $0.000 ae cae NA 
Total NA $1.972 NA $0.106 % Construction Change Order: 0% 
— : - Design as Percent of Construction: 47% 
pel Bo TPE: BRIDEE pebacy Other as Percent of Construction: 73% 


FFY18 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0014Z 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0013S 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0013C 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0145C 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0017E 


Budget Spent 
Initial Projected Difference To Date 
_NA $0.801 NA $0.634 
NA $10.000 NA $0.000 
_NA $2.815 NA $0.039 
NA $0.900 NA $0.000 
_NA $14.516 NA $0.672 

TYPE: BRIDGE Legacy 


Budget Spent 
Initial Projected Difference To Date 
_NA $0.975 NA $0.235 
_NA $4.000 NA $0.000 
NA $1.659 NA $0.006 
_NA $0.740 NA $0.000 
_NA $7.374 NA $0.241 

TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 
NA $3.010 NA $1.517 
NA $29.600 NA $0.000 
NA $2.999 NA $0.048 
NA $2.960 NA $0.000 
NA $38.569 NA $1.565 

TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 
NA $0.886 NA $0.125 
NA $1.975 NA $0.000 
NA $0.609 NA $0.005 
NA $0.341 NA $0.000 
NA $3.811 NA $0.129 

TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 
NA $0.650 NA $0.369 
NA $7.050 NA S0.000 
NA $2.542 NA $0.032 
NA $0.590 NA S0.000 
NA $10.832 NA $0.401 

TYPE: BRIDGE Legacy 


A- 35 


Advertise NTP Complete 
Schedule: So Niae= Lal) 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 28% 


Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 24% 
Other as Percent of Construction: 41% 


Advertise NTP Complete 


Anticipated Completion at NTP: 

# of months late: 

% Construction Change Order: 

Design as Percent of Construction: 

Other as Percent of Construction: 10% 


Schedule: 
NA 

NA 

0% 

10% 


Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 45% 
Other as Percent of Construction: 31% 


Advertise NTP Complete 


Schedule: [28 ial 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 9% 
Other as Percent of Construction: 36% 


FFY18 


OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.22-Dec-17 | 26-Mar-18 
Design S0.000 S0.000 50.000 S0.000 
Construction S0.666 50.666 S0.000 $0.000 a : : Pre 
Other $0.251  $0.251  §0.000 $0.001 Ue Perea aa aie 31-Oct-18 
Contingency $0.033 $0.033 S0.000 $0.000 oF Gonctlicion Change Order: 0% 
iota! 30.950 30.950 30.001 Design as Percent of Construction: 
USD? Q105F: EE eEne une Legacy Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [_20-Dec-17 | 0: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.698 $0.698 $0.000 $0.000 oe . ; re 
Other $0.251  $0.251  §0.000 —$0.003 Seas ou eee: 31-Oct-18 
Contingency $0.033 $0.033 $0.000 $0.000 eneeeerae Granee Oren 0% 
UBEl 30.982 30.982 30.003 Design as Percent of Construction: NA 
ee NSE SCRE RAMING beeacy Other as Percent of Construction: 36% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0105C 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0105G 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0105D 


Budget Spent 

Initial Projected Difference To Date 
NA $0.000 NA $0.000 
NA $0.342 NA $0.000 
NA $0.218 NA S0.000 
NA $0.040 NA $0.000 
NA $0.600 NA $0.000 

TYPE: OPERATING Legacy 


Budget 


Budget Spent 

Initial Projected Difference To Date 
NA $0.000 NA $0.000 
NA $2.009 NA $0.000 
NA S0.340 NA $0.000 
NA $0.060 NA $0.000 
NA $2.409 NA $0.000 

TYPE: OPERATING Legacy 


Spent 


Initial 


$0.000 $0.000 
$1,237 $1.237 
$0.339 $0.339 
$0.075 $0.075 
$1.651 $1.651 

TYPE: OPERATING 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
$0.000 


$0.000 
$0.090 
$0.011 
$0.000 
$0.101 


Legacy 


Complete 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 
Other as Percent of Construction: 64% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 
Other as Percent of Construction: 17% 


Advertise NTP Complete 


Schedule: [.27-Dec-17 | 20-Feb-18 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 
Other as Percent of Construction: 27% 


FFY18 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: E 
Design NA $0.000 NA $0.000 
Construction NA $1.586 NA S0.000 Antieinaced(ceanplevionian tine: NA 
Other NA $0.339 NA S0.000 Hof fhe late: 
Contingency NA $0.075 NA $0.000 ee ee NA 
Total NA $2.000 NA $0.000 % Construction Change Order: 0% 
on . = : Design as Percent of Construction: 
BID sores INGE Ee MAvING beeacy: Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L28-Dec-17 ] 20-Feb-18 
Design S0.000 S0.000 $0.000 S0.000 
Construction $1.427 $1.427  $0.000 $0.000 a2 : ; oie 
Other $0.339  $0.339 §0.000 —$0.000 Se coded eens 30-Jun-13 
Contingency $0.075 $0.075 $0.000 $0.000 bs COAStICHOR chante Onee 0% 
Total 31.841 31.841 30.000 Design as Percent of Construction: 
PTSID: O105E TE, BEERATING peeacy Other as Percent of Construction: 24% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: USI 2Shpee is 
Design S0.460 50.460 S0.000 $0.363 
Construction $3.995 $3.995 $0.000 $0.160 ee : ; ae ae 
Other $1.509  §1.509  §0.000 $0.033 file earl aa aennrs 31-Dec-20 
Contingency $0.208 S0.208 S0.000 S0.000 BA. ConskructiCn Change Brder: 0% 
Total $6.172 36.172 30.556 Design as Percent of Construction: 12% 
Pap OSE TEES EOE MENT bSeary Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Mar-18 | 15-Jun-1' 
Design $0.300 S0.300 S0.000 $0.045 
Construction $1.395 $1.395 $0.000 $0.000 ne : : ee 
Other $0.717 §0.717. $0.000 $0.023 ees ao ae Sea 
Contingency $0.140 $0.140 $0.000 $0.000 Genres Gacnee Order 0% 
hatal 32.551 92.551 30.068 Design as Percent of Construction: 22% 
PURE ES UME) EME EIU EEE Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.830 NA $0.428 
Construction NA $6.814 NA S0.000 Anticipated Completion at NTP: NA 
Other NA $1.363 NA $0.106 # of the lates 
Contingency NA $0.506 NA §0.000 or mons are NA 
Total NA $9.513 NA $0.533 % Construction Change Order: 0% 
= : : : Design as Percent of Construction: NA 
PTSID: 0061A EE ee eM Eeeacy Other as Percent of Construction: 20% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012Q 


Budget Spent 


Initial Projected Difference To Date 


$0.800 $0.800 $0.000 $0.222 
$6.089 $6.083  ($0.006) $0.000 
$1.603 $1.603 $0.000 $0.065 
$0.713 $0.719 $0.006 $0.000 
$9.205 $9.205 $0.287 
TYPE: PAVEMENT Legacy 


FFY18 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Aug-19 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 13% 
Other as Percent of Construction: 26% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012T 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0172) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0165J 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0138B 


Budget Spent 
Initial Projected Difference To Date 
_NA $0.670 NA $0.083 
_NA $1.600 NA $0.000 
_NA $0.801 NA $0.019 
_NA $0.105 NA $0.000 
_NA $3.176 NA $0.102 

TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 
NA $0.358 NA $0.065 
NA $2.000 NA $0.000 
NA $1.197 NA $0.022 
NA $0.295 NA $0.000 
NA $3.850 NA $0.087 

TYPE: PAVEMENT Legacy 


Budget Spent 


Initial Projected Difference To Date 


$0.180 $0.180  $0.000 $0.073 
$2.324 $2.324 $0.000 $0.000 
$0.928 $0.928  $0.000 $0.025 
$0.116 $0.116 $0.000 $0.000 
$3.548 $3.548 $0.098 
TYPE: PAVEMENT Legacy 


Budget Spent 


Initial Projected Difference To Date 


$0.380 $0.380 $0.000 $0.081 
$1.241 $1.241 $0.000 $0.040 
$1.640 $1.640 $0.000 $0.770 
$0.062 $0.062 $0.000 $0.000 
$3.323 $3.323 $0.890 
TYPE: PAVEMENT Legacy 


Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 42% 
Other as Percent of Construction: 50% 


Complete 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 18% 
Other as Percent of Construction: 60% 


Advertise NTP 


Complete 


Schedule: [30-Mar-18 [12-Jun-18 


Anticipated Completion at NTP: 
# of months late: 


sae) 


% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 40% 


Advertise NTP Complete 


Schedule: [27-Apr-18 [27-Jun-18 | 


Anticipated Completion at NTP: 30-Nov-18 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 31% 
Other as Percent of Construction: 132% 


FFY18 


samen ER 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Apr-18] 29-Jun-18] Oct-19 | 
Design $0.246 S0.246 S0.000 S0.000 
Construction $2.490  $2.490  $0.000 $0.000 a a 
Other $1.288  $1.288  §0.000 $0.093 de pera il aa ae 31-Oct-19 
Contingency $0.180 S0.180 S$0.000 $0.000 by Cometnicaan change Order: 0% 
fot! 34.203 34.203 30.093 Design as Percent of Construction: 10% 
re USD: OR2ts TYPE: TAP/OTHER beeacy Other as Percent of Construction: 52% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Feb-18 [07-Jun-18 
Design $0.135 $0.135  $0.000 $0.051 
Construction $3.186 $3.186 $0.000 $0.000 ee . ; ae 
Other $0.538  $0.538  §0.000 $0.052 eas oe eee: 31-Mar-20 
Contingency $0.395 $0.395 $0.000 $0.000 eneeeerae Grange Oren 0% 
UBEU 34.254 34.254 30.103 Design as Percent of Construction: 4% 
PTSD: 0026P TYPE: TAP/OTHER beeacy Other as Percent of Construction: 17% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Feb-18] 24-May-18] = Jul-19 | 
Design $0.375 $0.375 $0.000 $0.322 
Construction $2.092 52.092 $0.000 S0.000 ra F : rae 
Other $0.930  $0.930  §0.000 $0,009 ee acts 34-Jub19 
Contingency $0.110 $0.110 $0.000 $0.000 St Gn HUGHOR Chane Grdee 0% 
Tort 33.507 33.507 30.332 Design as Percent of Construction: 18% 
eee ES ne Eeeery Other as Percent of Construction: 44% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.240 NA $0.053 
Construction NA $1.200 NA $0.000 Anticisated/eompletionrat NIP: NA 
Other NA $0.632 NA $0.015 # of pe iare 
Contingency NA $0.120 NA $0.000 Or Meni ne Nate: NA 
Total NA $2.192 NA $0.068 % Construction Change Order: 0% 
- : : Design as Percent of Construction: 20% 
HS eens Beads Eeeacy Other as Percent of Construction: 53% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.490 NA $0.098 
Construction NA $0.300 NA $0.000 Anticipated Completion at NTP: NA 
Other _NA $1.172 NA S0.080 : 

: # of months late: NA 
Contingency NA $0.150 NA $0.000 ; ; i 
Total NA $2.112 NA $0.178 % Construction Change Order: 0% 

. : : Design as Percent of Construction: 163% 
Pete PES TRADE Peeety Other as Percent of Construction: 391% 


FFY18 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [_29-=Dec-17 | 23-Feb-18_ 
Design $0.445 $0.448 $0.003 $0.367 
Construction $1.668 $1.668 $0.000  $0.000 ee : ; pares 
Other $1.621  $1.583 ($0.038) $0.361 pare eee Gee 41-Dec-18 
Contingency $0.083 $0.118 $0.035  $0.000 or eon ncton Ghanee Order 0% 
oral $3.817 $3.817 $0.728 Design as Percent of Construction: 27% 
UME ee UMS Mle uals PLES! Other as Percent of Construction: 95% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.070 NA $0.012 
Construction NA $0.900 NA $0.000 Ainticibated’ Completion St NIP: NA 
Other NA 50.476 NA $0.000 # of the late: 
Contingency NA $0.094 NA §0.000 Srmentna tate: NA 
Total NA $1.540 NA $0.012 % Construction Change Order: 0% 
— = : : Design as Percent of Construction: 8% 
PTSID: 0091S IEE UROErIS Debary Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.650 $0.650 $0.000 $0.545 
Construction $7.335 $7.335 $0.000 $0.000 ae : ; ee 
Other $2,920 §2.920 $0.000  $0.260 Anticipated Coulee at NTP: 31-Oct-20 
: # of months late: || 
Contingency $0.367 $0.367 $0.000 $0.000 m Constiuctien chaneeorder 0% 
lata 311.272 911.272 30.805 Design as Percent of Construction: 9% 
ees Uae Utalade bee Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.100 NA $0.033 
Construction NA $0.630 NA $0.000 Anticioated Completioniat NTP: NA 
Other NA $0.571 NA $0.011 # of the late: 
Contingency NA $0.044 NA $0.000 Seam NA 
Total WA $1.345 NA $0.043 % Construction Change Order: 0% 
a - - Design as Percent of Construction: 16% 
gat le REY Vere Eeeacy Other as Percent of Construction: 91% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design NA $0.579 NA $0.229 
Construction NA $2.981 NA $0.000 euniereenad Ganalatan ae ne NA 
Other NA $1.803 NA S0.377 or ths late: 
Contingency NA $0.313 NA $0.000 heed sen NA 
Total WA 65.675 NA $0.607 % Construction Change Order: 0% 
oa - : Design as Percent of Construction: 19% 
Fee UMas Wise Eeeacy Other as Percent of Construction: 60% 


A- 40 


FFY18 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Oct-17 ] 01-Feb-18_ 
Design $0.060 $0.060 $0.000 $0.038 
Construction $1.600 51.600 $0.000 S$0.563 - : ; : ; 
Other $0.841 $0.841  §0.000 §0.056 sea ae eens 31-May-19 
Contingency $0.086 S0.086 $0.000  $0.000 de Conetnuction Change Orden 0% 
Total $2.587 $2,587 $0.656 Design as Percent of Construction: 4% 
Pale Bee IPE S TRAESIE Legacy Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design NA $0.155 NA $0.062 
Construction NA $0.605 NA $0.000 Aiticinctedicompler once NTP: NA 
Other NA $0.376 NA $0.010 Pe EE 
Contingency NA $0.061 NA $0.000 eM ea NA 
Total NA $1.197 NA $0.071 % Construction Change Order: 0% 
a8 . : : Design as Percent of Construction: 26% 
SS Dee Seeded? paca Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: Pie=van— Ve) 
Design $0.503 $0.503 $0.000 $0.402 
Construction $1.500 $1.500 $0.000 $0.000 a ; ; res 
Other $1.022 $1.022 0.000 §0.038 Anticipated COUIBIEHIGN at NTP: 30-Nov-19 
: # of months late: [| 
Contingency $0.075 $0.075  $0.000 $0.000 $6 Constructlan Chanee@Ordet: 0% 
i 33.100 33.100 30.440 Design as Percent of Construction: 34% 
igs ae ET norbe EeGery Other as Percent of Construction: 68% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.104 NA $0.000 
Construction NA S0.860 NA S0.000 Anticioatenicomblerionrcae nie! NA 
Other _NA $0.455 NA S0.000 # of tHe late: 
Contingency NA $0.089 NA $0.000 SOS ae NA 
Total ain $1.507 NA $0.000 % Construction Change Order: 0% 
or - : Design as Percent of Construction: 12% 
Pe oneeE Uuasalan ae peeacy Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [28-Mar-18 | 25-Jun-18 _ 
Design $0.556 $0.556 $0.000 S$0.348 
Construction $1.051 $1.051 $0.000  $0.000 -_ . ; rae 
Other $0.504 $0.504 §0.000 $0.02 eae eile ares ala enn ance Mav-19 
Contingency $0.083 $0.083 $0.000  $0.000 ae Cancenichion Change Orden 0% 
ror $2.194 $2.194 30.370 Design as Percent of Construction: 53% 
EiaIDe Ote2e TEE: RAPHE Legacy Other as Percent of Construction: 48% 


FFY18 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.250 NA $0.228 
Construction NA $1.857 NA $0.000 Antieinared Gan plevionian tine: NA 
Other NA $0.431 NA $0.053 aoe wei: 
Contingency NA $0.138 NA $0,000 BEM OMe ale: NA 
Total NA $2.677 NA $0.281 % Construction Change Order: 0% 
. - - Design as Percent of Construction: 13% 
EES IDsgaeee EE RE beeacy. Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 


Initial Projected Difference To Date Schedule: [.28-Feb-18 | 31-May-18 
Design $0.098 $0.098 $0.000 $0.044 
Construction $0.745 $0.745 $0.000 $0.000 ee? : : ee 
Other $0.786 $0.786 §0.000 $0.052 ecole eared gees SEE, 
Contingency $0.055 $0.055 $0.000 $0.000 GrConecTGh chatige Sige 0% 
ier 31.684 31.684 30.095 Design as Percent of Construction: 13% 
BESIDE Onsuls EE INCrnIE beeaey Other as Percent of Construction: 106% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Jun-13 
Design NA $0.370 NA $0.118 
Construction NA $1.250 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $1.158 NA S0.107 or the late: 
Contingency NA 60.130 NA §0.000 PS lies NA 
Total NA $2.908 NA $0.225 % Construction Change Order: 0% 
a : : Design as Percent of Construction: 30% 
HES UN Salle beeacy Other as Percent of Construction: 93% 


Project Summary Lists 
Insert A 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY14 
BRIDGE 
9500A Arcadia Management Area Bridge Replacement COV, HOP, RIC A-4 0 0 eal Apr-13 Maye $16 
0163J Atwells Ave Bridge No. 975 Replacement PVD A 100 t= im mem 28 
0153C Central Bridge No. 018201 & Access Improvements to Rout 848 A-1 0 0 May-13 Aug-13 Ae $16.0 
0144B Great Island Bridge #499 NAR 600 0  iCiiCRSRTMG.Ci85 
0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. J4M@, POR A-1 0 0 Jul-14 Aug-14 eS 348 
0018A New Providence Viaduct Southbound Bridge No. 578 EVD A-2 0 0 Gea Gaoee Gm $744 
0 0 $108 
PAVEMENT 
0185A Apponaug Circulator By-Pass WAR A-2 0 0 Mar-14 Jul-14 CS 3298 
0012E 1-195 Relocation - Landscape Contract C EPR, PVD 3 00 tx Ham Kem 08 
0172F Mineral Spring Avenue 1R Improvements NER aw A-3 0 0 Sep-14 Jan-15 eB 339 
0130R Ocean Avenue 1R Improvements NSH A-3 0 0 May-14 Oct-14 S07 
0 0 $35 
TRAFFIC 
01152 1-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stati HOP, RIC, 3B 06 ka Ea Heme x26 
0058L 1-95 Sustainability - Phase | PVD A4 00 Sas Mayet NO 06 
0122H Statewide DMS Installation STATEWIDE ~A4 0 0 fem Bees 6 323 
0 0 $6 
TAP/OTHER 
9004D Providence Station Enhancements PVD 3 06060 0 SC SGa9 
0 0 $7 
OPERATING 
7006F Guardrail Repair and Replacement 2014-2016 STATEWIDE 6 AD) 0 COs 
7005F Impact Attenuator Repair and Replacement 2014-2016 STATEWIDE A-2 0 0 Dec=13, Apr-14 BEES = g09 
7009E Statewide Fence Repair and Replacement 2015-2016 STATEWIDE = Ds) )tis«éiS DC (TS (i ESCCiéG)'5 
0 0 $3 
Number of In design Advertised In Construction Complete Total 0 0 $159 


Projects: 0 0 0 17 17 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY15 
BRIDGE 
0156A Clarence Hussey Bridge No. 11 (69B) NKS AS 00 Seems) Genet Novem $21 
0153D Coles Bridge No. 134 (66) EPR A5 0 0 SES Kem Gm 05 
0143D East Shore Expressway Bridges Nos. 475, 476 EPR AS 0 0  Mex=as) SSpeis) Beem $125 
0113L Glenbridge Ave and South County Trail Bridges (69F) ae 5 00 is as mem 372 
02011 Hamlet Ave. Bridge #500 (69C) wns 5 00 is Ss My 325 
0201U 1-95 Corridor Bridge Preservation & Resurfacing CRA, PVD, WAR A-6§ 0 0 May-15 Gatees) NOVEM $5106 
0163F Pleasant Valley Parkway Bridge No. 777 PVD CS 00 Ds Mem 59 
0143R Route 1/South County Pier Cap Replacements SKS A-6 0 0 Nov-14 Mar-15 Bee 38 $5.8 
0113V Route 24 & |-295 Bridge Preservation cra, TIV, WARAG 00 ——= Es Game 0 
0154B Shippee Bridge No. 307 (69E) BUR A6)60O 0 0s MSS—(iS TSC. 
0201T West Elmwood RR Bridge No. 660 (69G) PVD 7 00 eZ a Gm 22 
0 0 $55 
PAVEMENT 
0173F Broadway Streetscape Improvements Project Nee A-8 0 0 Nov-14 Mar-15 GE $66 
0004B Dexter Street 1R Improvements CFA, PAW A-8 0 0 Apr-15, Geen) Gem 335 
0166L New River Road and Victory Highway 1R Improvements  %!N A-8 0 0 Apr-15, Gates) eB $13 
0166K Old River Road (Route 126) 1R Improvements LIN AS 00  Meyeis) ageis) Mayet $23 
0172Y Route 102 1R Improvements, C-3 cov, FOS A-8 0 0 May-15 Aug-15 Meyem = $55 
0173J Route 116 Knotty Oak Rd. cov Mo 60 ks Ea mem 45 
0166D Route 146A and Park Avenue Intersection Improvements NSM, WNS A-9 0 0 Oct-14 Jan-15 CS) = g08 
0173R Route 37 1R Improvements CRE WEE. A-9 0 0 Apr-15 fecree| Mayes $55 
0078G South/North Main Streets ADA Improvements PVD 9 00 os Kis Kem 373 
0055J Statewide Resurfacing 2015, C-1** oe te 0 Ss Bea Sem 339 
RIC, SKS 
0173N US Route 1, South Kingstown Improvements SKS A-10 0 0 Apr-15, Gees) Maye = $16 
0172B Woonasquatucket Avenue 1R Improvements Nene eye A-10 0 0 Sep-15 Nov-15 Bape 53.4 
0 0 $43 
TRAFFIC 
0011C Enhanced Roadside & Freeway Delineation STATEWIDE A-10 0 0 Dec-14 Mar-15 Reem) 524 
0102H North, C-5 - STC STATEWIDE ~A10 0 0 Si Gs Mime 912 
0102G North/Central, C-4- STC STATEWIDE 11 00 i )0C lO ic 
0 0 $5 
TAP/OTHER 
9603B Colt State Park Bike Path Connector BRI dn 00 2 Es Gem $15 
0 0 $2 
OPERATING 
0086U Crack Sealing - Limited Access, 2015 STATEWIDE éhTl ll iF = O02 
0116E Pavement Striping - East Bay, 2015 STATEWIDE AT Cis 
0086W Rubberized Asphalt Chip Seal, 2015 STATEWIDE PékTll ECC 211 
0086R West Main Road (Route 77) Chip Seal CHA, LCM, RICA7 86) 0) ES) i )hCl TSsi6 
0 0 $5 
Number of In design Advertised In Construction Complete Total 00 $111 


Projects: 0 0 0 31 31 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY16 
BRIDGE 
0113U Airport Connector & Route 2 Bridges (53C & 81B) WAR 12 25 es Meee Maye $58 
0153E Capron Road Bridge No. 792 (70A) SMI A12 0 1 Mey  GSSpeie Neve $24 
0145B Carolina Bridges (57F) RIC A12 0 3 Spee MBE May-21 $49 
0183B Central Street Bridge No. 449 (70B) NSM A12 01 SSS Beet KO $50 
0144E Harbor Junction Bridge No. 131 (57E) PVD 12 01 7 Beem oun-19 934 
0166J Mussey Brook Bridge No. 380 (56C) LIN RB $01 nD = hm 312 
0171B Newman Avenue Bridge No. 224 (57D) EPR A132 0 1 [za GBR Ooey-19 927 
0031N Old Sakonnet River Bridge Demolition (Superstructure) POR A130 1 Sep-16 Feb-17, Jul-18 $9.4 
0143U Pawtucket Area Bridges (53B) PAW 3 03 is emi Maye 557 
0143K Pawtucket Avenue Bridge No. 471 (57B) EPR 3 01 a i Cam 332 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) PVD Al4 04 Spee Bee Nee $20 
0012R Providence River Pedestrian Bridge PVD A144 0 0 Mee = BMS ts 19s $170 
0012N Ramp El Bridge No. 1083 (56A) PVD 401 i? Ba Ge 05 
0118A Slatersville Stone Arch Bridge No. 273 (70C) NSM A144 0 1  BRpee GER oay-20 984 
0156C South County Freeway Bridge No. 686 (52A) WAR A144 0 1 QR 86M Oay-19 17 
0168E. Tefft Hill Trail Bridge No. 592 (67T - B) EXE A1s)6(0 «2—tlsCsMEGS GS ts 
0009N Washington Bridge North No. 700 (57A T - J) EPR, PVD A1s)6(U0 (10 «RR (Gs CCiétec-20Ss $5175 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) HOP A15 0 2 (RR BRM oec-18 917 
2 30 $102 
PAVEMENT 
0172C 1R Improvements to Smith Street EVD A-17 =60: (0 Sep-16 Jan-17 Raw 333 
0165X High Street & Kingstown Road Improvements ekS A18 0 0 Mar-16 Jun-16 Roy $4.2 
0079G 1-95 Resurfacing (Elmwood Avenue to Eddy St) PVD 18 0 0 Seoul Bee NO 4338 
0078U Providence - Downtown Improvements, C-3 ED A-18 0 0 Mar-16 Jul-16 Bem 326 
0076N Route 107 1R Improvements BUR 18 0 0  GeeEs) Meme NOVEM $26 
0139H Route 138 Improvements SKS A18 0 0 Jul-16 Sep-16 NOM $06 
0055K Statewide Resurfacing C-2, 2017** STATEWIDE ~A19 0 0 SSpee Geaeiy KOM 324 
0007F Two Mile Corner Reconstruction MID A19 0 0 Jan-16 = Apr-16 Sep-18 $8.6 
0 0 $28 
TRAFFIC 
0153P Bridge End Treatments - HSIP STATEWIDE 6 A190 0 C17 
0091K Coronado Road Pedestrian Enhancements War A-20 0 0 Jan-16 May-16 Mey (42.3 
0102J East Bay/South, C-6 - STC STATEWIDE ~.20 0 0 Fx Mayes Bee $08 
0153R Memorial Blvd. & Francis Street Improvements EVD A-20 0 0 Dec-15 Mar-16 Gy $1.8 
0071V Mineral Spring Avenue HSIP NPR A20 00 f=? yet Gey og21 
0080D Pedestrian and Intersection Safety Improvements - STC wit STATEWIDE A-20 0 0 Sep-16| Dec-16 ae 8.3 
0153N Route 102 & Route 117 Improvements - Roundabout COV, SKS, WGRA-21 0 0 Sep-16 = May-17 Oct-18 = $2.4 
0116S Statewide LED Retrofit Project STATEWIDE #777 40 
0072K Traffic Signal Optimization, C-2 STATEWIDE «6 A210 0 i S10 
0071T Warwick - HSIP WAR 21 0 0 f= Mi 6G (05 
0 0 $18 
TAP/OTHER 
0021R Blackstone River Bikeway - Segment 1A PVD 19 00 a i Ey 12 
0132G Portsmouth Maintenance Facility POR 19060 0 CS C62 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
OPERATING 
0084S Crack Sealing - Limited Access STATEWIDE A15 0 0 Mar-16 Jun-16 ems 402 
0084Z Crack Sealing - North & East, 2016 STATEWIDE == A155 60 0 (isi) ER 022 
0084Y Crack Sealing - South & Central, 2016 STATEWIDE ~A-16 0 0 See Gi Sep 402 
0084H Paver Placed Elastomeric Surface Treatment 2016 FOS, RIC A-16 0 0 Mar-16 Jun-16 BepSme $0.7 
0084G Rubberized Asphalt Chip Seal 2016 cum, GLO, HOP A146 0 0 fee Mey Maye f12 
7006H Statewide Fence 2017-2019 STATEWIDE A146 0 0  f@QEM  (QGWMM Feb-20 $07 
7006G Statewide Guardrail 2017-2019 STATEWIDE ~A-16 0 0 [ame (BBM Jan-20 $33 
7006J Statewide Impact Attenuator 2017-2019 STATEWIDE ~-17 0 0 [Rpm [BGM Feb-20 $19 
0073L Statewide Pavement Striping - Central, 2016-2017 STATEWIDE ~17 0 0 <=? Mayet GSE 424 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 STATEWIDE ,~17 0 0 MERE (GREG NOM 931 
0073K Statewide Pavement Striping - South, 2016-2017 STATEWIDE §6 A-17 i 3$b 0 0S 211 
0 0 $16 
Number of In design Advertised In Construction Complete Total 2 30 $171 


Projects: 0 0 i 35 oe 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC A22 1 0 [x GR occt-20 © $70 
0114L Central RI Bridges - Group 12 (29 Bridges) Sg A22 029 Seema GERM 8 ul-20 = $58 
HOP, RIC, 
WAR, WGR, WST 
0114S Cumberland I-295 Corridor Bridges (37T - |) CUM wW?itioe i Ea ay-20 $159 
0168H Hope Valley Bridges (69D) ee 08 esi C( <i 19S 5211 
0143W Horton Farm Bridge No. 472 (57M) EPR A22 1 0 [SRE BRM 8 Nov-19 $128 
0013M 1-195 Corridor Bridges (77) EPR A2; 2 3 [zi 3 ER oun $12.4 
0114U 1-295 Bridges Contract 2 CRA A23 6 0 Sepa 86S ay-21 $345 
0114T 1-295 Bridges Contract | CRA A23 40 ai Mamie ay-21 $169 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A23 4 0 [SR 8  Ofpr-21 $15.4 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 AR A23 2 0 [SpE MERRM 8 vec-19 $192 
0114N Oxford Street Bridge No. 653 (2T) PVD A244 10 fz HBR osun-20 $85 
0016J Pine Street Bridge No. 548 (31) PAW A244 10 Se Bee 019 g68 
0027B Reconstruction of the Route 6/10 Interchange CRA, PVD A24 9 0 May-17 = Dec-17 Nov-23 $250.6 
0013L Route 146 Corridor Bridges (38) EXE, NSM, PVD A.24 0 2 [SRE (RRM vec-19 = $68 
0014F Simmonsville Bridge No. 326 (57C) JOH A24 1 0 GER 6 oMay-19 15 
0168C Victory Highway Bridge No. 589 (71) WGR A2 1 0 9S GSR sep-21 $123 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T HOP A206 1 (00 «AB BS 20— $12.1 
38 39 $441 
PAVEMENT 
0173U 1 R Improvements to Winsor Avenue JOH A27 0 0 Sep-17. Jan-18 Aug-18 $1.1 
0007C East Main Road 1R Improvements POR A27 600 0 CS is CC Nov-18 $6.2 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) WAR A260 0 Cs CSCié‘éCN-18 “GG; 
0082C 1-95 Resurfacing, C-2 (Pawtucket) PAW A276 lb 0 RE (as ACiCiéN-118 $3.0 
0081D Improvements to US Route 1 (South Kingstown) SKS A27 600 (0)~—™Stft«C@S as BSC‘ p18 $53 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAW. A28 0 0 Sep-17—- Jan-18 ay-19 $3.1 
0081W Route 146 Improvements LIN, NPR, PVD A-28 0 0 oo fey Mem 48 
0081R Route 24 Improvements POR A228 0 0 (ae 86GB oMar-19— Sag 
0166H Route 4 Improvements, C-2 EGR, NKS, WAR A-28 0 0 Oct-16 Jan-17 Mayes) $4.1 
0173S Snell Road Improvements LCM A-28 0 0 Gena) Gee=i7] Raw 409 
0173Z US Route 6 Hartford Ave JOH, SCI A2906(0 «0 )=S SB is May-19 $5.9 
0165V Woodville Road Improvements HOP, RIC A206 (0 0 is ACCiNtv- 18 $3.3 
00 $49 
TRAFFIC 
0025E Coventry - Local Safety Improvements cov A-30 0 0 May-17 - Sep-17 Sep-18 $0.3 
0025F Cranston - Local Safety Improvements CRA A-30 0 0 Ae ACC tv-18 G05 
0153T Diamond Hill Road Improvements at Mendon Road WNS A-30 0 0 ell 15 
0025J High Friction Surface Treatments 2016 STATEWIDE §=6A300 0 0 ss CE CCéSH 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Cu SKS A-30 0 0 Bape) Jan-18 Jul-19 $0.7 
0061K Improvements to Rt 44/100 Intersection and Chepachet Riv S£° A-31 0 0 Jan-17 Mar-17 May-18 $1.5 
0011D Intersection Safety Improvements Newport, Warwick, John JOH, NPT, WAR A-34 0 0 Sep-17 Jan-18 Apr-19 $1.1 
0025P Statewide Road Diet 2017 STATEWIDE = 31) 0S a TC i Nv-18$05 
0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE §=6 A310 0 is 4 
00 $8 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
TAP/OTHER 
0021U Blackstone Bikeway 8C NSM A2906(0 0 GE sd AC isCitct'-19”~t=s F288 
0006A Rhodeworks Toll Facilities STATEWIDE ©6290) 0 as Cin $00 
0 0 $45 
STORMWATER 
0166M High Street/Kingstown Road Stormwater Mitigation SKS A-29 0 0 Maz=17) Jun-17 $0.2 
0 0 $0 
OPERATING 
0084C 2017 Crack Sealing Limited Access STATEWIDE A200 $0.5 
0084B 2017 Crack Sealing North and East Regions STATEWIDE §=A25 0 0 J 8 [ie $0.5 
0084A 2017 Crack Sealing South and Central Regions STATEWEDE A25 0 0 Apr-17 Gaia] $0.6 
0086Y 2017 Paver Placed Elastomeric Surface Treatment STATEWIDE 26 lO 0 $1.2 
0086X 2017 Rubberized Asphalt Chip Sealing STATEWIDE A260 0l $1.9 
0073M 2017-2018 Statewide Pavement Striping -North STATEWIDE 26 lO 0 $1.8 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) CRA, PVD, WAR A26 3 6 [ie [ey $5.4 
0073J Statewide Pavement Striping Eastbay 17-18 STATEWIDE A-26 0 0 Feb=17) May-17 $1.9 
3 6 $14 
Number of In design Advertised In Construction Complete Total 41 45 $557 


Projects: 0 0 37 12 49 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget ($M) 
FFY18 
BRIDGE 
0015A Aquidneck Island Bridge Preservation ae Mey A-32 0 22 Sep-18 Jan-19 Jun-21 $6.0 
POR, TIV 
0201B Barbs Hill Road Bridge (58E) cov A32 0 0 Jul-18 Oct-18 Jun-20 $1.9 
0143A Big River Bridge ae A32 0 1 BSR BRM van-21)— 923 
0013F Bridge Preservation BG - 05 EGR, EXE, A32 0 12 Sep-18 Dec-18 Dec-20 $6.5 
RIC, WAR, WGR 
0014D Centerville Rd Bridge WAR A32 1 0  (SSHi MARR 8 fApr-20 $38 
0013U East Bay Bridge Preservation mel a A-33 0 25 Jul-18 Oct-18 May-21 $6.5 
NPT, NSH, 
PAW, TIV, WRN 
0114J Farnum Pike Bridges NSM A33 O 2 [RR Sep-18 Jun-21 $9.5 
0017G Geneva Pond Bridge PVD A331 0 GRMMMB aug-18 Oct-20 $35 
0013G 1-295 Bridges - Bridge Group 09 CRAY JOH A33 0 8 Aug-18 Nov-18 May-20 $26 
0114V 1-295 Bridges Contract 3 JOH A353. 2 0 Nov-17, Nov-18 Oct-22 $149 
0015B Lafayette Road Bridge NKS A34 61 «(0 Aug-18 Nov-18 Aug-19 $3.5 
0167C Louisquisset Ramp Bridge oe A34 1 0 May-18 Aug-18 Nov-20 $80 
0194C Park Avenue RR Bridge CRA A34 1 0 QR 8 ooul-18 = §=Nov-20 $5.9 
0201A Railroad Avenue Bridge BUR A461 (0 Cel 17 
0145Q Reconstruction of Howard Road Bridge cuM A34 0 0 Aug-18 Jan-19 Jun-20 $0.9 
0014Z Replacement of Louisquisset Pike Bridge LIN A35 1 0 Mar-18 Nov-18 Jun-21 $10.0 
0013S RI-146 Area Bridges- Contract 1 LIN, NSM, PVD A-35 0 9 Aug-18 Nov-18 Apr-21 $4.0 
0013C Route 37 Bridge Rehabilitation CRA y WAR A35 6 9 Sep-18 Jan-19 Sep-21 $296 
0145C Union Village RR Bridge a A35 1 0 Sep-18 Dec-18 Oct-20 = $2.0 
0017E Woonasquatucket River Bridge Eye A35 1 0 Nov-17 Oct-18 Jun-22 $7.4 
17 88 $130 
PAVEMENT 
0130E 1R Improvements to Reservoir Avenue CRA A370 0 sO Jan-18 Apr-18 Dec-20 $4.0 
0173K 1R Improvements to Rockland Road SCI A370 «(OO Memes) SGA ay-19 1.4 
0061A 1R Improvements to Route 44 - Contract 3B (RIDOT Maint S4° A370 (0 Aug-18 Dec-18 May-21 $6.8 
0012Q 1-195 Relocate Waterfront Parks PvD A338 60 (00S BSG SREB) Aug-19 $6.1 
0012T 1-195 Relocation, Gano St, Contract 18 PVD A338 0 0 Sep-18 Dec-18 Jun-20 $1.6 
0172J Improvement to Nayatt Rd BAR A-38 0 0 May-18 Oct-18 Aug-19 $2.0 
0165J Improvements to Railroad Street LIN A338 60 (00 MSS) GG May-19 $23 
0138B_ Rt 6A (Hartford Ave, C-2) JOH A383 0 0 pees) (GGRRMB) 8 Nov-18) $42 
0 0 $25 
TRAFFIC 
0025N 2017 Statewide Intersection Safety Improvements CRA, PVD, WARA39 (0 0 Feb-18 May-18 Jul-19 $2.4 
0025K 2018 Statewide Intersection Safety Improvements STATEWIDE A-39 0 0 Aug-18 Dec-18 ay-20 $1.2 
0011E Aquidneck Avenue HSIP MID A-39 0 0 Sep-18 Dec-18 Sep-20 $0.3 
0076Z Aquidneck Avenue Improvements Me A40 0 0 Bec=y] (eta Dec-19 $1.7 
0091S High Friction Surface Treatment 2018 PAW, PVD A400 0 (GREG) = Sep-18 Dec-19 $0.9 
0073X_ Intersection Safety Improvements to Rt 114 between Bear CUM A-40 0 0 Mar-18 Jun-18 Oct-20 $7.3 
0025R Intersection Safety Imprv to Rt 44/Smithfield Commons-Du S™! A-40 0 0 Aug-18 Nov-18 ay-20 $0.6 
0071P Metacom Avenue - HSIP BRI, WRN A-40 0 0 Aug-18 Dec-18 ay-20 $3.0 
0025Q Roadway Departure Mitigation - Guardrail and Median Impr NSM, WAR 400 i Ham ay-19 $1.6 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhance ae ao A414 0 0 Jun-18 Oct-18 Dec-19 $0.6 
PVD, SMI, WAR 
0073S Route 146 Guide Sign Improvements North C-1 (North Smit ‘S™ A4| 0 0 (ees MRM Nov-19 $45 
0162F SRTS - Barrington C-1A BAR A414 0 0 Jul-18 Oct-18 ay-20 $0.9 
0162A SRTS- Contract 1 (Cran, E Prov) CRA, EPR 4. 0 0 Ses )6=©6( ay-19 $4.1 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) SMI, WES, WNS A-42 0 0 Jul-18 Oct-18 Nov-19 $1.9 
0080H STC - Allens Avenue at Terminal and Ernest PVD A-42 0 0 Feb-18 May-18 Aug-19 $0.7 
0080C STC - Statewide Pedestrian and Intersection Safety Improv JAM, LCM, A42 0 0 (QRMB) Sep-18 = §=Nov-19 $43 
SKS, TIV, WST 
0 0 $27 
TAP/OTHER 
0021S Blackstone River Bikeway Segment 8B-1 WNS A-39 0 0 Bes AB“ACCi( et 19 F285 
0026P Trestle Trail West Section Bridges cov A39 0 0 Feb-18 = Jun-18 Mar-20 $3.2 
0 0 $6 
OPERATING 
0105F 2018 Crack Sealing North and East Regions eae, A3606CO0 C0) CS as BC iitoct-18 $0.7 
LIN, MID, 
NPR, POR, 
PVD, SMI, WES 
0105B 2018 Crack Sealing South and Central Regions ee A3606CU0 COC as Ciéiccct-18 $0.7 
NAR, NKS, 
RIC, SKS, 
WAR, WES 
0105C 2018 Limited Access Crack Sealing a A366 0 (00S RB GS siusl-18 © Oct-18 $0.3 
NKS, SKS, 
WAR, WES 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2. STATEWIDE ~.36 0 Q  MAMMMIB) Jul-18 Nov-18 $20 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 CRA, cum, scr a.3g6 0 0 BSCE) (RBBBIB) 8 Nov-18 = $42 
0105A 2018 Rubberized Asphalt Chip Sealing C- 2 STATEWIDE ~.37 0 0 (ims) = Jul-18 Jun-19 $1.6 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 pur, cov, =§ A370 et 1.4 
GLO, SCI 
0 0 $8 
Number of In design Advertised In Construction Complete Total 17 88 $196 


Projects: 18 14 21 0 53 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


In Design 


0162C 


Last Current 


Milestone Quater Quarter +/- 


SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) 
Advertise 4/30/2018 7/31/2018 (ea 
NTP 6/30/2018 10/31/2018 [iia 
Substantially Complete 6/30/2019 11/30/2019 (iba. 


Comments 


Delay due to permitting 


Advertised 

0105C 2018 Limited Access Crack Sealing Delay due to revised prioritization of projects 
Advertise 4/30/2018 5/11/2018 al 
NTP 6/30/2018 7/31/2018 RBM 

0105G 2018 Paver Placed Elastomeric Surface Treatment C- 2 Achieved Advertisement 
Advertise 5/31/2018 5/25/2018 IN 

0105A 2018 Rubberized Asphalt Chip Sealing C- 2 Achieved Advertisement 
Advertise 5/31/2018 _ 5/18/2018 NA 

0017G Geneva Pond Bridge Revised substantial completion at advertisement 
Substantially Complete _ 8/30/2020 10/30/2020 [Gal 

0091S High Friction Surface Treatment 2018 Achieved Advertisement 
Advertise 6/30/2018 6/22/2018 NB 

0114V 1-295 Bridges Contract 3 Delay due to Administrative Review 
NTP 5/31/2018 11/30/2018 
Substantially Complete 6/30/2021 10/31/2022 

0172J Improvement to Nayatt Rd Delay due to permitting 
Advertise 4/30/2018 5/11/2018 Ea 
NTP 7/31/2018 — 10/31/2018 

0167C Louisquisset Ramp Bridge Achieved Advertisement 
Advertise 5/31/2018 5/24/2018 

0014Z Replacement of Louisquisset Pike Bridge Delay due to Administrative Review 
NTP 8/31/2018 11/30/2018 Ga 

0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements Accelerated Advertisement 
Advertise 7/31/2018 6/29/2018 NB 

0080C STC - Statewide Pedestrian and Intersection Safety Improvements Achieved Advertisement 
Advertise 6/30/2018 6/29/2018 NA 

0017E Woonasquatucket River Bridge Delay due to Administrative review 
NTP 5/31/2018 10/31/2018 ia 
Substantially Complete 12/31/2020 _ 6/30/2022 RBA 


In Construction 


0130E 1R Improvements to Reservoir Avenue Achieved NTP 
NTP 4/30/2018 4/12/2018 NAB 
0173K 1R Improvements to Rockland Road Achieved NTP and revised Substantial Completion at advertisement 
NTP 6/30/2018 6/15/2018 SS 
Substantially Complete 5/1/2019 5/31/2019 Rao 
0025N 2017 Statewide Intersection Safety Improvements Achieved NTP and revised substantial completion date to account for phased work 
NTP 5/31/2018 5/24/2018 
Substantially Complete 5/31/2019 _7/31/2019 [RGM 
0021S Blackstone River Bikeway Segment 8B-1 Achieved advertisement and Accelerated NTP 
Advertise 4/30/2018 4/27/2018 
NTP 7/31/2018 6/29/2018 932 
0144E Harbor Junction Bridge No. 131 (57E) Third Party delays 
Substantially Complete _8/31/2018 _ 6/30/2019 B08) 
0114T 1-295 Bridges Contract | Adjusted to reflect actual NTP 
NTP 3/16/2018 3/27/2018 a 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) Corrected Data Entry Error 
Substantially Complete 4/30/2020 4/30/2021 RGB) 
0165J Improvements to Railroad Street Achieved NTP 


NTP 6/30/2018 


6/12/2018 (8 


Schedule Changes Since Last Quarter 


Last Current 
Milestone Quater Quarter +/- Comments 

0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and 1-295 Achieved NTP 

NTP 6/30/2018 6/26/2018 
0138B Rt 6A (Hartford Ave, C-2) Achieved advertisement and accelerated NTP 

Advertise 4/30/2018 4/27/2018 

NTP 7/31/2018 6/27/2018) 34 
0162A SRTS- Contract 1 (Cran, E Prov) Accelerated NTP 

NTP 7/31/2018 6/25/2018 NB 
0080H STC - Allens Avenue at Terminal and Ernest Accelerated NTP 


NTP 6/30/2018 5/31/2018 NBO 


0026P Trestle Trail West Section Bridges 


NTP 6/30/2018 6/7/2018 NB 


Achieved Advertisement 


0009N Washington Bridge North No. 700 (57A T - J) Delay due to contract revisions 


Substantially Complete 12/31/2019 12/31/2020 (36a 


0113U Airport Connector & Route 2 Bridges (53C & 81B) Accelerated Completion 


Substantially Complete 8/31/2018 _ 5/22/2018 (M04 


0061K Improvements to Rt 44/100 Intersection 


Substantially Complete 5/30/2018 5/25/2018 NS 


and Chepachet River Bridge Repai Achieved Completion 


0143U Pawtucket Area Bridges (53B) 


Substantially Complete 7/31/2018 _ 5/11/2018 NBM 


Accelerated Completion 


0116N Statewide Pavement Striping - Limited Access, 2016-2017 Accelerated Completion 
Substantially Complete 4/30/2018 _ 11/16/2017 NM65 


0168E Tefft Hill Trail Bridge No. 592 (67T - B) 


Accelerated Completion 


Substantially Complete ‘9/30/2018 __6/8/2018 UMA 


0072J Traffic Signal Optimization, C-3, 2016 


Accelerated Completion 


Substantially Complete 7/30/2018 + 6/29/2018 (INB4 


Budget Changes Since Last Quarter 


PTS NAME Last Current 
Quarter Quarter 


+ 


/- 


In Design 


0011E  Aquidneck Avenue HSIP $3.512 $2.112 
0013S — RI-146 Area Bridges- Contract 1 $8.589 $7.374 
0162C — SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) $2.420 $2,677 
Subtotal ($2.358) 


Advertised 


Adjusted to reflect revised scope of work 
Adjusted to reflect revised scope of work 
Adjusted to reflect latest engineer's estimate 


0105G 2018 Paver Placed Elastomeric Surface Treatment C- $1.600 $2.409 
Subtotal $0.809 


In Construction 


Adjusted to reflect final engineer's estimate 


0173K — 1R Improvements to Rockland Road $3.551  $2.551 [GMOOO)) Revised for NTP budget 

0025N 2017 Statewide Intersection Safety Improvements $3.200 $3.507 $0307 Revised for NTP budget 

0073M 2017-2018 Statewide Pavement Striping -North $2.483  $2.962 $0479 Overall project remains green; increase to soft costs for police 
detail, etc. 

0021S Blackstone River Bikeway Segment 8B-1 $3.290  $4.203 NBOIBABE) Revised for NTP budget 

0144E —- Harbor Junction Bridge No. 131 (57E) $6.741 $7.341  $0.600 Project cost increased due to schedule delays 

0165) — Improvements to Railroad Street $2.686 $3548 [§NBOIBEAN Revised for NTP budget 

0138B RGA (Hartford Ave, C-2) $4.736  $3.323 (SWAY) Revised for NTP budget 

0162A  SRTS- Contract 1 (Cran, E Prov) $1.956 $2194 [RRGOBBBN Revised for NTP budget 

0080H STC- Allens Avenue at Terminal and Ernest $1.306  $1.684  $0.378 | Revised for NTP Budget 

0009N — Washington Bridge North No. 700 (57A T - J) $21.269  $22.329 [RIGMOGTY Adjusted to reflect additional costs for traffic mitigation 

Subtotal $2.423 

Complete 

0113L — Glenbridge Ave and South County Trail Bridges (69F) $8.817 — $8.980  $0.163 | Final Budget exceeded estimates 

Subtotal $0.163 


Total $1.036 


Index of Projects by Municipality 
Insert A 


Index of Projects by Municipality 


PTSID Project Name Type Appendix 
BARRINGTON 

0153C Central Bridge No. 018201 & Access Improvements to Route 114 BRIDGE A-1 
0013U East Bay Bridge Preservation BRIDGE A-33 
0172) Improvement to Nayatt Rd PAVEMENT A-38 
0162F SRTS - Barrington C-1A TRAFFIC A-41 
BRISTOL 

9603B Colt State Park Bike Path Connector TAP/OTHER A-10 
0071P Metacom Avenue - HSIP TRAFFIC A-40 
BURRILLVILLE 

0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0201A Railroad Avenue Bridge BRIDGE A-34 
0076N Route 107 1R Improvements PAVEMENT A-18 
0154B Shippee Bridge No. 307 (69E) BRIDGE A-6 
CENTRAL FALLS 

0004B Dexter Street 1R Improvements PAVEMENT A-8 
CHARLESTOWN 

0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0086R West Main Road (Route 77) Chip Seal OPERATING A-7 
COVENTRY 

0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
9500A Arcadia Management Area Bridge Replacement BRIDGE A-1 
0201B Barbs Hill Road Bridge (58E) BRIDGE A-32 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0025E Coventry - Local Safety Improvements TRAFFIC A-30 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-21 
0172Y Route 102 1R Improvements, C-3 PAVEMENT A-8 
0173) Route 116 Knotty Oak Rd. PAVEMENT A-9 
0026P Trestle Trail West Section Bridges TAP/OTHER A-39 
CRANSTON 

0130E 1 R Improvements to Reservoir Avenue PAVEMENT A-37 
0025N 2017 Statewide Intersection Safety Improvements TRAFFIC A-39 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-36 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0025F Cranston - Local Safety Improvements TRAFFIC A-30 
0013G |-295 Bridges - Bridge Group 09 BRIDGE A-33 


0114U |-295 Bridges Contract 2 BRIDGE A-23 


PTSID 


Project Name Type Appendix 
0114T |-295 Bridges Contract | BRIDGE A-23 
0201U I-95 Corridor Bridge Preservation & Resurfacing BRIDGE A-6 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-26 
0194C Park Avenue RR Bridge BRIDGE A-34 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-24 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0113V Route 24 & I-295 Bridge Preservation BRIDGE A-6 
0173R Route 37 1R Improvements PAVEMENT A-9 
0013C Route 37 Bridge Rehabilitation BRIDGE A-35 
0162A SRTS- Contract 1 (Cran, E Prov) TRAFFIC A-41 
CUMBERLAND 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-36 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
01145 Cumberland |-295 Corridor Bridges (37T - I) BRIDGE A-22 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I-295 Cumberland-Roundabo TRAFFIC A-40 
0145Q Reconstruction of Howard Road Bridge BRIDGE A-34 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-16 
EAST GREENWICH 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0166H Route 4 Improvements, C-2 PAVEMENT A-28 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
EAST PROVIDENCE 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0153D Coles Bridge No. 134 (66) BRIDGE A-5 
0013U East Bay Bridge Preservation BRIDGE A-33 
0143D East Shore Expressway Bridges Nos. 475, 476 BRIDGE A-5 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0143W Horton Farm Bridge No. 472 (57M) BRIDGE A-22 
0013M |-195 Corridor Bridges (77) BRIDGE A-23 
0012E I-195 Relocation - Landscape Contract C PAVEMENT A-3 
0171B Newman Avenue Bridge No. 224 (57D) BRIDGE A-13 
0143K Pawtucket Avenue Bridge No. 471 (57B) BRIDGE A-13 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0162A SRTS- Contract 1 (Cran, E Prov) TRAFFIC A-41 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-15 
EXETER 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0013L Route 146 Corridor Bridges (38) BRIDGE A-24 


PTSID 


Project Name Type Appendix 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-15 
FOSTER 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-16 
0172Y Route 102 1R Improvements, C-3 PAVEMENT A-8 
GLOCESTER 
0061A 1R Improvements to Route 44 - Contract 3B (RIDOT Maintance Facility to W. Greenville Rd.) PAVEMENT A-37 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E TRAFFIC A-31 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-16 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
HOPKINTON 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
9500A Arcadia Management Area Bridge Replacement BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
01152 I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-16 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-15 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-25 
0165V Woodville Road Improvements PAVEMENT A-29 
JAMESTOWN 
0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. 495 BRIDGE A-1 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-42 
JOHNSTON 
0173U 1 R Improvements to Winsor Avenue PAVEMENT A-27 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0013G |-295 Bridges - Bridge Group 09 BRIDGE A-33 
0114V |-295 Bridges Contract 3 BRIDGE A-33 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-31 
0138B Rt 6A (Hartford Ave, C-2) PAVEMENT A-38 
0014F Simmonsville Bridge No. 326 (57C) BRIDGE A-24 
01732 US Route 6 Hartford Ave PAVEMENT A-29 
LINCOLN 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0165) Improvements to Railroad Street PAVEMENT A-38 
0166) Mussey Brook Bridge No. 380 (56C) BRIDGE A-13 
0166L New River Road and Victory Highway 1R Improvements PAVEMENT A-8 
0166K Old River Road (Route 126) 1R Improvements PAVEMENT A-8 


PTSID Project Name Type Appendix 
00142 Replacement of Louisquisset Pike Bridge BRIDGE A-35 
0013S RI-146 Area Bridges- Contract 1 BRIDGE A-35 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0081W Route 146 Improvements PAVEMENT A-28 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-42 
LITTLE COMPTON 

0173S Snell Road Improvements PAVEMENT A-28 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-42 
0086R West Main Road (Route 77) Chip Seal OPERATING A-7 
MIDDLETOWN 

0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0011E Aquidneck Avenue HSIP TRAFFIC A-39 
0076Z Aquidneck Avenue Improvements TRAFFIC A-40 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0007F Two Mile Corner Reconstruction PAVEMENT A-19 
NARRAGANSETT 

0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0144B Great Island Bridge #499 BRIDGE A-1 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-42 
NEW SHOREHAM 

0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0130R Ocean Avenue 1R Improvements PAVEMENT A-3 
NEWPORT 

0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0173F Broadway Streetscape Improvements Project PAVEMENT A-8 
0013U East Bay Bridge Preservation BRIDGE A-33 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-31 
NORTH KINGSTOWN 

0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0156A Clarence Hussey Bridge No. 11 (69B) BRIDGE A-5 
0015B Lafayette Road Bridge BRIDGE A-34 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0166H Route 4 Improvements, C-2 PAVEMENT A-28 
NORTH PROVIDENCE 

0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0172F Mineral Spring Avenue 1R Improvements PAVEMENT A-3 


PTSID 


Project Name Type Appendix 
0071V Mineral Spring Avenue HSIP TRAFFIC A-20 
0081W Route 146 Improvements PAVEMENT A-28 
0172B Woonasquatucket Avenue 1R Improvements PAVEMENT A-10 
NORTH SMITHFIELD 
0021U Blackstone Bikeway 8C TAP/OTHER A-29 
0183B Central Street Bridge No. 449 (70B) BRIDGE A-12 
0114) Farnum Pike Bridges BRIDGE A-33 
0013S RI-146 Area Bridges- Contract 1 BRIDGE A-35 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 Warwick and Rt 146 =TRAFFIC A-41 
0013L Route 146 Corridor Bridges (38) BRIDGE A-24 
0073S Route 146 Guide Sign Improvements North C-1 (North Smithfield) TRAFFIC A-41 
0166D Route 146A and Park Avenue Intersection Improvements PAVEMENT A-9 
0118A Slatersville Stone Arch Bridge No. 273 (70C) BRIDGE A-14 
0145C Union Village RR Bridge BRIDGE A-35 
PAWTUCKET 
0004B Dexter Street 1R Improvements PAVEMENT A-8 
0013U East Bay Bridge Preservation BRIDGE A-33 
0091S High Friction Surface Treatment 2018 TRAFFIC A-40 
0114R I-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) BRIDGE A-23 
0082C I-95 Resurfacing, C-2 (Pawtucket) PAVEMENT A-27 
0172F Mineral Spring Avenue 1R Improvements PAVEMENT A-3 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAVEMENT A-28 
0143U Pawtucket Area Bridges (53B) BRIDGE A-13 
0016) Pine Street Bridge No. 548 (31) BRIDGE A-24 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
PORTSMOUTH 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0007C East Main Road 1R Improvements PAVEMENT A-27 
0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. 495 BRIDGE A-1 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-13 
0132G Portsmouth Maintenance Facility TAP/OTHER A-19 
0081R Route 24 Improvements PAVEMENT A-28 
PROVIDENCE 
0172C 1R Improvements to Smith Street PAVEMENT A-17 
0025N 2017 Statewide Intersection Safety Improvements TRAFFIC A-39 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0163J Atwells Ave Bridge No. 975 Replacement BRIDGE A-1 
0021R Blackstone River Bikeway - Segment 1A TAP/OTHER A-19 
0017G Geneva Pond Bridge BRIDGE A-33 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0144E Harbor Junction Bridge No. 131 (57E) BRIDGE A-12 


PTSID Project Name Type Appendix 
0091S High Friction Surface Treatment 2018 TRAFFIC A-40 
0012Q |-195 Relocate Waterfront Parks PAVEMENT A-38 
0012E I-195 Relocation - Landscape Contract C PAVEMENT A-3 
0012T I-195 Relocation, Gano St, Contract 18 PAVEMENT A-38 
0201U I-95 Corridor Bridge Preservation & Resurfacing BRIDGE A-6 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-26 
0079G I-95 Resurfacing (Elmwood Avenue to Eddy St) PAVEMENT A-18 
0058L I-95 Sustainability — Phase | TRAFFIC A-4 
0167C Louisquisset Ramp Bridge BRIDGE A-34 
0153R Memorial Blvd. & Francis Street Improvements TRAFFIC A-20 
0018A New Providence Viaduct Southbound Bridge No. 578 BRIDGE A-2 
0114N Oxford Street Bridge No. 653 (2T) BRIDGE A-24 
0163F Pleasant Valley Parkway Bridge No. 777 BRIDGE A-6 
0078U Providence - Downtown Improvements, C-3 PAVEMENT A-18 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) BRIDGE A-14 
0012R Providence River Pedestrian Bridge BRIDGE A-14 
9004D Providence Station Enhancements TAP/OTHER A-3 
0012N Ramp El Bridge No. 1083 (56A) BRIDGE A-14 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-24 
0013S RI-146 Area Bridges- Contract 1 BRIDGE A-35 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0013L Route 146 Corridor Bridges (38) BRIDGE A-24 
0081W Route 146 Improvements PAVEMENT A-28 
0078G South/North Main Streets ADA Improvements PAVEMENT A-9 
0080H STC - Allens Avenue at Terminal and Ernest TRAFFIC A-42 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-15 
0201T West Elmwood RR Bridge No. 660 (69G) BRIDGE A-7 
0172B Woonasquatucket Avenue 1R Improvements PAVEMENT A-10 
0017E Woonasquatucket River Bridge BRIDGE A-35 
RICHMOND 

0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
9500A Arcadia Management Area Bridge Replacement BRIDGE A-1 
0170C Baker Pines Bridge No. 593 BRIDGE A-22 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0145B Carolina Bridges (57F) BRIDGE A-12 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
01152 I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-16 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
0086R West Main Road (Route 77) Chip Seal OPERATING A-7 


PTSID Project Name Type Appendix 
0165V Woodville Road Improvements PAVEMENT A-29 
SCITUATE 

0173K 1 R Improvements to Rockland Road PAVEMENT A-37 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-36 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
01732 US Route 6 Hartford Ave PAVEMENT A-29 
SMITHFIELD 

0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0153E Capron Road Bridge No. 792 (70A) BRIDGE A-12 
0025R Intersection Safety Imprv to Rt 44/Smithfield Commons-Dual Turn Lanes TRAFFIC A-40 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) TRAFFIC A-42 
SOUTH KINGSTOWN 

0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0165xX High Street & Kingstown Road Improvements PAVEMENT A-18 
0166M High Street/Kingstown Road Stormwater Mitigation STORMWATER A-29 
00732 HSIP-Intersection Safety Improvements to Route 108 at Curtis Corner Rd TRAFFIC A-30 
0081D Improvements to US Route 1 (South Kingstown) PAVEMENT A-27 
0143R Route 1/South County Pier Cap Replacements BRIDGE A-6 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-21 
0139H Route 138 Improvements PAVEMENT A-18 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-42 
0173N US Route 1, South Kingstown Improvements PAVEMENT A-10 
STATEWIDE 

0084C 2017 Crack Sealing Limited Access OPERATING A-25 
0084B 2017 Crack Sealing North and East Regions OPERATING A-25 
0084A 2017 Crack Sealing South and Central Regions OPERATING A-25 
OO086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-26 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-26 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-26 
0105G 2018 Paver Placed Elastomeric Surface Treatment C- 2 OPERATING A-36 
0105A 2018 Rubberized Asphalt Chip Sealing C- 2 OPERATING A-37 
0025K 2018 Statewide Intersection Safety Improvements TRAFFIC A-39 
0153P Bridge End Treatments - HSIP TRAFFIC A-19 
0084S Crack Sealing - Limited Access OPERATING A-15 
0086U Crack Sealing - Limited Access, 2015 OPERATING A-7 
0084Z Crack Sealing - North & East, 2016 OPERATING A-15 
0084Y Crack Sealing - South & Central, 2016 OPERATING A-16 
0102) East Bay/South, C-6 - STC TRAFFIC A-20 


0011C Enhanced Roadside & Freeway Delineation TRAFFIC A-10 


PTSID Project Name Type Appendix 
7006F Guardrail Repair and Replacement 2014-2016 OPERATING A-2 
0025) High Friction Surface Treatments 2016 TRAFFIC A-30 
7005F Impact Attenuator Repair and Replacement 2014-2016 OPERATING A-2 
0102H North, C-5 - STC TRAFFIC A-10 
0102G North/Central, C-4 - STC TRAFFIC A-11 
0116E Pavement Striping - East Bay, 2015 OPERATING A-7 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-20 
0006A Rhodeworks Toll Facilities TAP/OTHER A-29 
0086Ww Rubberized Asphalt Chip Seal, 2015 OPERATING A-7 
0122H Statewide DMS Installation TRAFFIC A-4 
7006H Statewide Fence 2017-2019 OPERATING A-16 
7009E Statewide Fence Repair and Replacement 2015-2016 OPERATING A-2 
7006G Statewide Guardrail 2017-2019 OPERATING A-16 
7006) Statewide Impact Attenuator 2017-2019 OPERATING A-17 
0116S Statewide LED Retrofit Project TRAFFIC A-21 
0073L Statewide Pavement Striping - Central, 2016-2017 OPERATING A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-17 
0073K Statewide Pavement Striping - South, 2016-2017 OPERATING A-17 
0073) Statewide Pavement Striping Eastbay 17-18 OPERATING A-26 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-19 
0025P Statewide Road Diet 2017 TRAFFIC A-31 
0072K Traffic Signal Optimization, C-2 TRAFFIC A-21 
00725 Traffic Signal Optimization, C-3, 2016 TRAFFIC A-31 
TIVERTON 

0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0113V Route 24 & I-295 Bridge Preservation BRIDGE A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-42 
WARREN 

0013U East Bay Bridge Preservation BRIDGE A-33 
0071P Metacom Avenue - HSIP TRAFFIC A-40 
WARWICK 

0025N 2017 Statewide Intersection Safety Improvements TRAFFIC A-39 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0113U Airport Connector & Route 2 Bridges (53C & 81B) BRIDGE A-12 
0185A Apponaug Circulator By-Pass PAVEMENT A-2 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0014D Centerville Rd Bridge BRIDGE A-32 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0091K Coronado Road Pedestrian Enhancements TRAFFIC A-20 


PTSID Project Name Type Appendix 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0201U I-95 Corridor Bridge Preservation & Resurfacing BRIDGE A-6 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-26 
0114P I-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) BRIDGE A-23 
0088A I-95 Resurfacing (Rt 2 to Service Avenue) PAVEMENT A-27 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-31 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 Warwick and Rt 146 = TRAFFIC A-41 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0113V Route 24 & I-295 Bridge Preservation BRIDGE A-6 
0173R Route 37 1R Improvements PAVEMENT A-9 
0013C Route 37 Bridge Rehabilitation BRIDGE A-35 
0166H Route 4 Improvements, C-2 PAVEMENT A-28 
0156C South County Freeway Bridge No. 686 (52A) BRIDGE A-14 
0071T Warwick - HSIP TRAFFIC A-21 
WEST GREENWICH 

0143A Big River Bridge BRIDGE A-32 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
01152 I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-21 
0168C Victory Highway Bridge No. 589 (71) BRIDGE A-25 
WEST WARWICK 

0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-42 
WESTERLY 

0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
01152 I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) TRAFFIC A-42 
WOONSOCKET 

0021S Blackstone River Bikeway Segment 8B-1 TAP/OTHER A-39 
0153T Diamond Hill Road Improvements at Mendon Road TRAFFIC A-30 
02011 Hamlet Ave. Bridge #500 (69C) BRIDGE A-5 
0166D Route 146A and Park Avenue Intersection Improvements PAVEMENT A-9 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) TRAFFIC A-42 


